All  IHFOPlIATIiffl  COHTMI-TED 
HEHEIH  13  OTCLASSIFIEI! 


The  FBI  is  interested  in  obtaining  a proposal  for  this  task  to  be  performed  in  accordance 
with  the  subject  Contract.  Contractor  shall  provide  technical  and  cost  proposals  to  support 
tasking  as  set  forth  in  the  Statement  of  Work. 


If  there  are  any  question  regarding  this  SOW  please  submit  them  to  my  office  within  the 
next  five  (5)  business  days. 


It  is  therefore  requested  that  your  company  review  the  enclosed  SOW  and  if  the  proposed 
contract  vehicle  is  appropriate,  Cost-Plus  Fixed  Fee  (CPFF),  a cost  and  technical  proposal  Should 
be  submitted  in  accordance  with  the  terms  and  conditions  of  the  FBI's  Contract  no  later  than 
August  2, 2010  1 :00  PM  EST  or  sooner.  Unclassified  proposals  maybe  email  to 


Should  you  have  any  questions  concerning  this  matter,  please  contact  me 


response  may  be  faxed  to 


[secure  faxF 


b7C 

b7E 


Sincerej-^ 


Contracting  Officer 


Attached:  Statement  of  Work  foi 


>r|  [Tasking 


UNCLASSIFIED  ihfdkhatioij  cohtaiiei< 

STA  TEMENT  OF  WORK  HIKE  in  IS  OTCLilSSIFIED 

DA11  11-27-2012  BY  65179  DHH/STIJ 


JProgram 
rask  Order  1 


1 SCOPE 


1 . 1 Task  Overview 


This  Task  Order  requires  that  the  Contractor  provide  engineering  services  and 
operational  support  to  the  Operational  Technology  Division’sf  | 

land 

Ithrough  studies,  enhancements,  and  operational 


The  FBI  is  the  principal  investigative  arm  of  the  United  States  Department  of 
Justice.  It  is  charged  with  gathering  and  reporting  facts,  locating  witnesses,  and 
obtaining  evidence  in  cases  involving  Federal  jurisdiction.  The  mission  of  the 
FBI's  Operational  Technology  Division  is  to  provide  forensic  services  to  the  FBI 
and  other  law  enforcement  agencies  and  to  support  their  ability  to  conduct  lawfully 
■^cthorized  electronic  surveillance.  To  that  end,  the  Operational  Technology 
Division  is  engaged  in  a number  of  development  projects  and  activities  that  focus 
on  developing  the  forensic,  collection,  surveillance,  and  tactical  comrrjunications 
capabilities  required  for  law  enforcement  to  accomplish  its  obiectives.l  I 


The  focus  of  this  overall  effort  is  to  provide  the  engineering  services  required  to 
enhance  the  functionality  of  the|  Inecessarv  to  support 

specific  case  requirements  for]  | 

I 1 The  systems  shall  be  designed,  installed,  and  tested  to  assure  that  the 

configured  system  is  operationally  correct.  The  contractor  shall  support  the 
^ system  installation  anc|  remote  troubleshooting  as  required.]  j 

I [expertise  may  be  required.  • 

The  purpose  of  this  SOW  is  to  rift.sr.rihe  the  taskinn  nf=jcessary  to  support  the  FBI's 

ability  tq [under  specific  legal 

guidelines.  The  task  shall  be  achieved  through  engineering  support  to  the  current 

[ platform  for  processing  and  presentation  off  - ■ ■ 

the  development  of  capabilities  that  are  designed  to  meet  specific  case 
requirements ^ 


UNCLASSIFIED 


UNCLASSIFIED 

1.2  Deliverables 

• Project  Management  Plan  (See  Section  2.2) 

• Weekly  Status  Report  (See  Section  2.3) 

• Monthly  Program  Review  (See  Section  2.3) 

• System  Testing  Plan  (See  Section  2.2) 

• System  Demonstration  at  contractor  facility 

• Final  Summary  Report  (See  Section  2.2) 


1.3  Category  of  Efforts 

The  FBI  currently  ownsT 


1 that  have  been  used  by[] 


I , I in  support  of  FBI 

investigations.  QTD’s| |is  also  a user  of  the 

I for  similar  usage  but  different  operational  goals  thani  I 


I he  FBI’s  goal  is  to  field  al , 

the  minimum  capabilities  provided  b^ 
' ] as  described  below.| 


pith 


Jstudies  are  intended  to  provide  the  FBI 


with  approaches  to  resolving  future  ksues  through  reports,  prototypes,  or 
demonstrations.  This  scope  of  work  defines  these  three  categories  of  effort: 


1.3.1  Key  Areas 

a)[ 


systems  requirer 


1-  It  has  been  determined  that  the  existing  F 


I The  contractor  shall  perform  the  folIowingj_ 


. b) 

1 iThe  contractor  shall  perform  the  following  | | 

• 

• 

• 

• 

• 

• 

b3 

:b7B 


:b.3 

b7E 


UNCLASSIFIED 


1 • 1 

UNCLASSIFIED 
^ 1 

C)| 

Isees  a number  of  lonaer  term  issues  that 

require  attentioni 

1 

1 In  order  to  be  mitigating  the  risks  associated 

vi/itH 

Iwould  reauire  the  vendor  to  oerform  studies 

that  will  help  guide  future  efforts.  The  contractor  shall  perform  the 

b3 

following  studies: 

b7E 

d)  1 keauirements  | has  requirements  specific  to  their 

b3 

•— 

1 1 he  contractor  shall  oerform  the  following: 

B7E 

• 

• 

2 Requirements 


2.1  Security  Standards  and  Regulations 

Refer  to|  I Statement  of  Work  section  2.3  for  guidance. 

SECURITY  STATEMENT:  This  program,  all  documentation,  all  associations,  all  stated  and 
implied  requirements  and  all  personnel  must  adhere  to  and  meet  security  requirements.  Any 
breech  of  security  will  result  in  immediate  termination  of  the  program  and  possible 
repercussions,  both  contractual  and  criminal.  All  dissemination  of  the  program  and  contract 
information  must  be  approved  in  writing  by  the  COTR,  to  include,  but  not  limited  to, 
partners,  technical  and  contract  information  and  personnel.  The  contractor  shall  set  up 
procedures  to  insulate  the  program  procurement  or  parts  and  protection  of  program 
information  as  agreed  upon  by  the  COTR. 


2.2  Contracto'f  Furnished  Documentation 


Refer  to[] 


guidance. 


^Statement  of  Work  sections  2.6  and  3.2  for 


Project  management  plan  shall  consist  of  the  Contractor’s  proposed  solution  to 
include  the  composition  of  required  project  team,  complete  task  schedule,  and 
total  labor  and  non-labor  costs  for  fully  Implementing  the  proposed  solution. 


UNCLASSIFIED 


UNCLASSIFIED 

2.3  Status  Reporting 


Refer  to 


2.4  Formal 


Refer  to 

2.5  Government  Points  of  Contact 

FBI  Contracting  Officer’s  Technical  Representative 


Federal  Bureau  of  Investigation 
Engineering  Research  Facility 
Building  27958A 
Quantico,  VA  22135 


jTechnjcal  Point  of  Contact 

b3 

B'"6 

b7C 
b?E 


atement  of  Work  Section  3.3  for  guidance. 


Meetings 


Hstatement  of  Work  Section  3.4  for  guidance. 


UNCLASSIFIED 
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Cj  Priority 
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CLASSIFICATION 

0 Top  Secret  C Secret 
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C Sensitive 

0 Unclassined 

TO 

Name  of  Offieo: 

iFacslmllB  Number: 

Date: 

1 1 

08/24/2010 

Telephone  Number: 

FROM 


N»ma  of  Office: 

FBI  - Science  and  Tcchnologiy  Contracts  Unit 


Approved: 


Number: 


iNumberof  Pages:  (Includlnp  cover) 


Facsimile  Number: 


DETAILS 

Subject; 

Please  find  the  attached  Request  far  Clarificatians  on|  |TO  Proposals  and  Revlsec 


Special  Handlinp  Insimcaions: ' ' 

Please  confirm  receipt  of  the  modification,  sign  the  SP-30,  and  fax  back  to  the  number  above. 


Brief  Detcriptton  ofConununiettlon  Fived: 

Thank  you  for  your  assistance  and  have  a good  day. 


WARNINfi 

Informatiori  attached  to  the  cover  sheet  Is  U.S.  Sovemment  Property.  If  you  ere  not  the  Intended  recipient  of  this  Infomiatlon  disclosure, 
reproduction,  distribution,  or  use  of  this  infisrmBtlon  Is  prohibited  (IS.USC,  § 641).  Please  notity  the  originator  or  local  FBI  Office 
Imihidletely  to  arrange  tor  proper  disposition. 
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TO 


Name  of  Office;  iFacsimlle  Number: 

fo3 

1 1 1 Lj 

Attn: 

1 1 

Room: 

Telephone  Number: 

1 

1 L 1 ; 

L 

FROM 


Name  of  Office; 

FBI  - Science  and  Technology  Contracts  Unit 

Number  of  Pages:  (including  cover)  b7C 

7 b7E 

Orloinator's  Name: 

lOriqinator's  Telephone  Number: 

Originator's  Facsimile  Number: 

[ 1 

ZA 

1 

Approved: 

DETAILS 

Subject:  \ 

Please  find  the  attached  Request  for  Clarifications  on  | |to  Proposals  and  Revis 


Special  Handling  Instructions: 

Please  confirm  receipt  of  the  modification,  sign  the  SF-30,  and  fax  back  to  the  number  above. 


FD-448 

Revised 

10:27-2004 


Brief  Description  of  Communication  Faxed: 

Thank  you  for  your  assistance  and  have  a good  day. 


WARNING 

Information  attached  to  the  cover  sheet  is  U.S.  Government  Property.  If  you  are  not  the  intended  recipient  of  this  information  disclosure, 
reproduction,  distribution,  or  use  of  this  information  is  prohibited  (18.USC,  § 641).  Please  notify  the  originator  or  local  FBI  Office 
immediately  to  arrange  for  proper  disposition. 
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U.S.  Department  of  Justice 


Federal  Bureau  of  Investigation 
Washington,  DC  20535 
24  August  2010 


Contract: 

Subject: 

Please  review  the  attached  questions  and  requests  for  clarifications  regarding  the  Cost  and 
Technical  Proposals  received  in  response  to  FBTj  | Task  Order  statement  of  "work  and 
letter  dated  July  12, 2010.  Please  provide  a response  to  these  questions  and  any  modifications  to 
the  originally  submitted  cost  and  technical  proposals  no  later  than  2PM  EST  Thursday  August  26, 
2010. 


'"te 

iTe 


Contracting  Officer 


HEREIN  IS  OTCLASSIFIED 
DATE  10-22-2012  BY  651 

Government  Questions  and  Requests  for  Clarification 
Technical  and  Cost  Proposal  for  thel  I 

Proposals  Dated  August  6, 2010 


b7E 


Paragraph 

Comment  

General 

Throughout  the  proposal] | refers  to  a number  of  IR&D  projects  that  relate  to  the 

scope  of  work  being  bid.  It  is  not  clear  how  much  of  the  IR&D  worki  ~|is  proposing  as 

part  of  this  effort  or  If  they  are  putting  it  in  the  proposal  to  show  experience  in  the  area. 

Also,  if  they  are  going  to  claim  ownership  to  the  entire  product  being  procured  by  the 

defined  what  percentage  of  the  full  product  is  from  their  IR&D. 

See  comment  for  paragraph  9.0  below. 

Page  1 - 
3.1.1 

.b3 

Page  3 - 
3.1.5 

Ishould  disregard  the  column  of  information  labeledl  iThere  is  no 

b7E 

Government  requirement  to]  1 

Page  4 •• 

1 The  requirement  to  interface] 

[with  1 |is  no  longer  valid.  This  item  shall  be 

Page  5 - 
3.1.8.2 

This  item  directly  relates  to  and  may  become  a duplication  of  effort  for  of  Items  3.1.3  and 
3.1.4.  Please  clarify,  explain,  and  provide  full  disclosure  as  to  how  these  tasks  are/are  not 
a duplication  of  effort. 

Page  7 - 
3.2.2 

The  requirement  tq  |is  no  longer  valid.  This  item  can  be 

removed  from  the  SOW.  Item  is  hereby  deleted  in  full. 

Pages  11  & 
12  -9.0 

Items  7 & 18.| [wants  full  rights  of  the  result  of  this  effort  to  sell  as  a commercial 

product,  and  therefore  will  potentially  be  provided  an  unfair  advantage  in  this|  | 

] 

:b3 

b7E 

] Please  advise  if  you 

understand  and  comply. 

Page  13  - 
9.0 

Item  30.  An  NDA  shall  be  required  of|  |for  this  effort  as  previously  agreed.  All 

personnel  supporting  efforts  under]  ]shall  be  required  to  sign  the  NDA  (FD- 

Page  23  - 

Based  on  the  fact  that  this  is  an  unclassified  requirement  hours  are  excessive  and  shall  be 

12. u 1 reouceo.  Hours  snail  oesuDsianxiaiiyreouceatoi  1 

b3 

b7E 

Subtask  #4  1 |for  the  duration  of  this  tasking. 

Page  24-  1 Product  testing  shall  not  be  donel  1 

table  [ 

ISee  also  page  34.  Contractor  shall  adjust  cost  and  technical  proposal 
accordingly.  Technical  guidance  shall  be  provided  by  COTR  for  this  portion  of  the  tasking. 

Page  29  - 
Subtask  #1 

Subtask  #1  on  page  29  shall  be  revised  and  all  requirements  stated  in  the  Proposal  shall  be 
removed  except  for  the  following  requirements  from  Section  1.3.1  from  thd  SOW: 

1 

Ifrorn  page  2.  The  Contractor  shall'revise  and  reduce  the  technical  and 

cost  proposals  accordingly. 

1 


Pages  30  & 
31- 

Subtasks 

These  tasks  are  related  and  may  potentially  impact  each  other!  From  task  #7  it  is  unclear 
if  these  hours  are  paying  for  the  IR&D  effort  or  in  addition.  Please  clarify. 

#4, 5, 7 

Page  31- 

The  requirement  foil  kupport  has  been  removed.  Item  is  hereby  deleted  in  full. 

Subtask#9 

^ 1 T ^ 

b3 

b7E 

Page  32  - 
Subtask 
#11 

It  is  unclear  \what  this  task  is  doing.  Should  it  be  part  of  the  l&T  as  identified  on  page  34  in 
the  paragraph  titled  System  Integration  and  Test  Effort?  Please  clarify. 

Page  34  - 
Subtask  #1 

1)  Page  29,  Subtask  11 1 | and  Page  24,  Subtask  #1  "Systems 

t&T"  appear'to  be  duplicative  efforts.  Please  revise  cost  and  technical  proposals  to 
remove  the  duplicative  portions  or  explain  how  both  testing  scenarios  are  required. 

2)  The  hours  for  this  subtask  appear  to  be  excessive.l  1 

b3 

b7E 

1 

1 

[Development  task.  Proposed  hours  for|  | 

Page  37 

The  Government  shall  provide  a current!  las  GFE.| [nay  require 

additional  components  and  will  most  likely  charge  for  handling  of  the  GFE.  Hours 

proposed  by  the  Contractor  are  excessive  and  shall  be  reduced. 1 1 

sdvisG'ff  you 

understand  and  comply.  Adjust  cost  proposal  accordingly. 

Page  42  [ 

[shall  Identify  which  portion  of  subtask  #1,  page  42,  is  to  be  funded  by| ||RAD 

funding  and  which  portions  are  intended  to  be  funded  bv  the  FBI.  Also  please  clarifv  and 

' describe  how|  [intends  to  incorporate!  1 

1 

Page  44 

The  Government  is  unclear  what  is  meant  bv  the  sentencel  I 

1 please  | 

b3 

b4 

clarify. 

Page  46 

[is  biddingl  [to  purchase!  [ 

1 [ The  Government  shall  provide  these 

b7E 

items  as  GFE  from  make  and  model  information  provided  by|  | Please  adjust  cost 

proposal  to  reflect  the  deletion  of  this  item. 

Page  49 

lis  no  longer  a requirement.  See  comments  to  paragraph  3.2.2  above. 
Item  Is  hereby  deleted  in  full. 

FD-448 
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Please  find  the  attached  Responses  & Request  for  Clarifications  on|  |to  Proposals. 


Special  Handling  Instructions: 

Please  confirm  receipt. 


Brief  Description  of  Communication  Faxed: 

Thank  you  for  your  assistance  and  have  a good  day. 


WARNING 

InformBtion  attached  to  the  cover  sheet  is  U.S.  Government  Property.  If  you  are  not  the  Intended  recipient  of  this  information  disclosure, 
reproduction,  distribution,  or  use  of  this  information  Is  prohibited  (18.USC,  § 641).  Please  notify  the  originator  or  local  FBI  Office 
immediately  to  arrange  for  proper  disposition. 
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U.S.  Department  of  Justice 


Federal  Bureau  of  Investigation 


Washington,  DC  20535 
25  August  2010 


b3 
b6 

b7C 

Contract:  I 

Subject:  Request  for  Clarification  on 

Enclosed  please  find  the  FBI’s  responses  to|  [conditions  and  Assumptions”  for  the 

[Task  Order  to  l^e  performed  under  the  above  Contract.  Please  review  and  respond  to  any 
questions  or  requests  for  Clarifications  regarding  the  Cost  and  Technical  Proposals.  This  . 

proposed  tasking  is  intended  as  a Cost-Plus  Fixed  Fee  requirement  and  as  such,  in  accordance  b ? e 

with  the  previously  agreed  upon  terms  and  conditions  of  this  contract,  revise  the  Cost 
documentation  to  reflect  a I Ifee  structure.  All  Terms  and  Conditions  under  the  ContractT  I 

I lare  unchanged  and  binding  for  all  subsequent  actions,  including  this 

intended  Tasking. 

Please  provide  a response  to  these  questions  and  any  modifications  to  the  originally  submitted 
cost  and  technical  proposals  no  later  than  noon  EST  on  Friday  August  27, 2010.  To  reduce 
administrative  burdens,  please  make  necessary  changes  to  those  affected  pages  and  provide  them 
for  replacement  in  original  documentation. 


□ 


Task  Order  Proposals 


If  1 can  be  of  further  assistance  with  this  effort  you  may  contact  me  at 


b6 

b7C 


Sincerely, 


Contracting  Officer 


ALL  IMFOKHATIOl  COHTAIIED 
HEREIN  IS  TJIJCLASSIFIED 
DAH  10-20-2012  BY  65179  DIH., 


Responses  to  Conditions  and  Assumptions  pages  11-13. 


Please  note  that  all  teims  and  conditions  forthej  [Contract  are  in  affect  and 

negotiated  and  agreed  upon  per  signatures  on  9AS/uy.  t he  following  conditions  and  assumptions 
were  provided  in  the  I I proposal: 

1.  The  basis  for  this  proposal  is  the  Base  IDIQ  Contract  No\  \and  associated  documents;  the 

Sponsor ’s  RFP  dated  1 2 July  2010  and  accompanying  documents. 

- The  FBI  concurs.  ‘ 

2.  Proposed pricing  and  schedule  assume  full  funding  at  award.  Should  incremental  funding  be 
required,  the  Contractor  will  provide  a fundingprofile  at  negotiations  and  provide  funding 
limitations  notices  per  FAR  52.232-22  Limitation  of funds,  to  ensure  funding  is  provided  in  a timely 
fashion  to  support  the  proposed  schedule. 

- The  FBI  intends  to  incrementally  fund  this  tasking.  See  original  RFP  clause  included  in 
Section  I. 

3.  Proposed  pricing  assumes  effort  will  be  awarded  on  a single  Task  Order/Delivery  Order  under 
which  only  one  CLIN  per  task  order.  If  multiple  CLINs  are  to  be  awarded.  Contractor  reserves  the 
right  to  update  its  proposal  to  include  additional  administrative  costs  associated  with  managing 
multiple  CLINs. 

- Number  of  CLINs  will  be  determined  at  time  of  award  and  at  no  additional  cost  to  the  FBI. 

4.  Proposed  prices  are  exclusive  of  international,  federal,  state,  local,  excise,  sales,  ^oss  receipts, 
use,  business  and  occupation  tax,  and  similar  taxes  arising  from  or  in  connection  with  the  proposal, 
and  such  taxes,  if  assessed  will  be  invoiced  by  the  Contractor  and  paid  by  the  Sponsor. 

- See  original  contract.  The  federal  government  is  tax  exempt. 

5.  Period  of Performance  is  8 months  which  includes  7 months  for  pro^am  execution  and  I month  to 
perform  final  task  order  closeout  activities. 

- The  FBI  accepts  this  assumption. 

d.|  II?  asserting  its  right  to  protect  intellectual  property  (IP)  in  accordance  with  F.A.R.  Clause 
52.227-14  Rights  in  Data -General.  Any  IP  claim  will  be  submitted  under  separate  cover. 

- The  FBI  will  review  all  claims  submitted  by  vendor  and  determine  IP  rights  on  an  individual 

basis.  -i.  • b; 

7.1  I requests  the  Sponsor  incorporate  into  the  IDIQ  Terms  and  Conditions,  Alternate  II  (Dec 
2007)  of  Clause  F.A.R.  52.227-14,  Rights  in  Data-  General.  This  clause  will  be  applicable  to  this  and 
subsequent  efforts. 


The  FBI  concurs.  This  clause  is  incorporate^via  Mod  6 1( 
8/23/10. 


fully  executed 


6|  \will  not  provide  documentation,  specifications,  drawings,  source  code,  or  prototypes, 
associated  with  our  intellectual  property  (IRAD).  As  sucn^Z— requires  Clause  H-10  and 
Paragraph  2.6(i)  be  revised  or  deleted  with  respect  to\  I IP. 

See  original  contract  terms  and  conditions  agreed  upon  under  contract.  H-1 0 remains  as  f 

stated.  Negotiations  regarding  IRAD  funding  will  be  addressed  on  a case  by  case  basis. 

9.  No  estimates  have  been  included  for  providing  Contractor  team  member  working  notes  called  out 
in  Paragraph  2.6(f).  Note;  this  is  not  a standard  practice\  \will  assess  the  cost  and  schedule 
impact  if  this  review  is  required. 

- The  FBI  concurs.  If  required,  vendor  will  be  advised. 

1 0.  Weekly  status  reports  will  be  submitted  via  e-mail  and  shall  address  technical  problems,  risks, 
issues,  production,  technical  assessments,  and  security  items,  and  concerns  (SOW  3.3  and  3.4.1). 

- The  FBI  concurs. 

11.  This  proposal  assumes  all  customer  meetings  are  held  at  the  contractor ’s  facility. 

- The  FBI  concurs. 

12.  Formal  meeting  Agendas  will  be  sent  via  email  or  secure  fax.. 

- The  FBI  concurs. 

13.  At  customer  direction.  Monthly  Program  Reviews  may  be  held  by  telephone. 

• The  FBI  concurs. 

14.  Invoices  will  be  billed  by  element  of  cost,  consistent  with  the  contractors  current  invoice  format. 

No  hourly  information  will  be  on  the  invoices;  however,  this  data  can  be  incorporated  into  the 
monthly  customer  report. 

- Hourly  information  shall  be  required  and  can  be  incorporated  into  the  monthly  customer 
report. 

15.  Production,  Technical  Assessments,  and  Security  Reviews  (SOW  3.4.1),  when  needed;  will  be 
incorporated  into  Weekly  or  Monthly  Status  Review. 

- The  FBI  concurs. 

16.  All  deliverable  data  submissions  are  considered  approved  if  no  comments  are  received  by  10 
business  days  after  submission  to  the  Customer.  Multiple  iterations  for  report  revisions  are  not 
considered  in  this  proposal  estimate. 

- See  Section  E.l  ofthj  |of  awarded  contracj  i incorporated  into  the  h-p 

Contract,  the  FBI  retains  the  right  to  30  days  for  inspection  and  acceptance  of  submitted 
deliverables. 

1 7.  The  proposed  price  for  the  study  option  assumes  that  the  option  will  be  exercised  at  the  .mne 
time  as  the  base  award  in  order  for  it  to  be  completed,  with  the  base  program  period  of  performance. 


- The  FBI  intends  to  exercise  Option  Year  1 for  thq [Contract  in  September  2010 

with  same  terms  and  conditions  as  agreed  upon  in  the  contract,  for  the  60  month  period.  If 
this  statement  does  not  address  #17.  Please  advise. 

18.  This  proposal  assume^  \a>UI  have  the  right  to  incorporate  any  results  of  this  program  into 
its  commercial  products  as  applicable. 

I I shall  notify  the  FBI  of  any  results,  capabilities,  or  functionalities  related  to  this  tasking 
that  are  intended  to  be  incorporated  into  commercial  products. 

19.  This  proposal  assumes  Pictorial  System  Diagrams  (SOW  2.6)  will  be  included  in  PDR  and  CDR 
packages  and  not  separate  deliverable. 

- The  FBI  concurs. 

20.  As  authorized  by  F.A.R.  52.232-2s\  \requests  electronic  funds  transfer  of payments  to: 


- The  FBI  concurs.  See  contract  awarded  I I 

\has  not  included  in  its  estimate  of  cost  incurred  or  to  be  incurred  any  amount  for 
termination  liability  costs  to  whicl\  \may  be  entitled  in  the  event  of  a termination  for 
convenience  by  the  Government. 

- See  Contrac|~  ~|  for  all  terms  and  conditions  that  are  applicable  to  this  agreement. 

2“\  [currently  has  a website  available  for  government  customers;  this  proposal  assumes 

this  existingl  IWeb  Site  satisfies  the  Sponsor*s  requirement  (SOW  3.10).  If  additional 
capabilities  above  this  are  required]  [reserves  its  right  to  assess  the  impact. 

- The  FBI  concurs. 

23.  Invoicing  will  be  monthly  afterl  ~l  period  end,  the  terms  of  which  would  be  1 00%  due  Net  30 
subject  to  the  FAR  52.232-25,  Prompt  Payment  Clause. 

- The  FBI  concurs.  See  contract  awardej~  [ 
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24.  FOB  Point  is  destination. 
T The  FBI  concurs. 


25.  No  warranty  terms  are  offered. 


- Warranty  terms,  if  applicable,  will  be  in  accordance  with  the  terms  of  the  contract 
[ signed  9/1 5/09. 


26.  //I  \jroducts  are  required  for  this  effort  they  are  priced  at 

no  additional  burdens. 


~\price  list  value  with 


The  FBI  concurs.  However,  please  see  Cost  Proposal  page  37  and  38  and  adjust  pricing 
accordingly. 


2 7.  The  Consolidated  Materials  Listing  (CML)  is  not  auditable  at  proposal  submission\  is 

continuing  to  firm  material  pricing  to  provide  for  negotiations.  ' ' 

Please  clarify  assumption. 


notify  the  customer  as  necessary. 
- The  FBI  concurs. 


Jw/7/  monitor  and  assess  this  during  performance  and  will 


\vill  be  developed  and 


provided  t(\_ 

who  is  the  \ [fcve/nper.  Actual  modifications  ro| ^must  he 

performed  b^ 

pnd  are  not  priced  in  this  proposal. 

- • Thel  I portion  of  this  tasking  has  been  deleted  from  the  SOW  and  no  services  shall  be 

required  under  this  Tasking. 


30.  This  task  is  unclasfified  and  will  be  worked  in  a suitable  environment  commensurate  with  the 


trances  or  NBA  will  be  required. 


The  FBI  agrees  that  work  to  be  performed  under  this  tasking  are  unclassified. 

At  the!  fFBI  meeting  on  6/24/10,  both  parties  agreed  that  all|  [employees  involved 
with  the|  Icontract  shall  sign  the  FD-868.  The  classification  level 

of  this  tasking  does  not  exempt  it  from  the  need  for  and  requirements  of  the  NDA. 
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i5UDject:  Fact-finding  Responses  -| |Proposal,  dated  6 August  2010  • 

Reference:  (a)|  IContractNoF  | 

(b) ]  broposalj  dated  6 August  2010 

(c)  Government  Questions  and  Requests  for  Clarification,  dated  24  August  2010 

Dear\  | 


|_l 1 ^ ^ ^ , I throu^  its 

I ; 1 IS  suDmittmg  the  attached  responses  to  the  Government’s  referenced  c,  fact- 

tindmg  questions.  Attached  also  as  a result  of  our  responses  is  our  updated  proposal  price 
summary,  with  thej [sections  that  were  revised  for  this  update. 

We  appreciate  this  opportunity  to  provide  you  with  this  data  subiaittal  and  look  forward  final , 
negotiations.  For  technical  auestinns  please  contactj  j 

I or  contact  the  undersigned  at  | [or 


Very  truly  yours. 


b6 
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[Proposal  Update  Summary  Price  Table  (27  August  2010^ 


P.  23  12.0  Subtask  4. 

I [01-01-01  Subtask  #4:  Security 
Hours  reduced  firomi  Inain 


^ting  methodology  as  follows: 


P 94  Tahlp 

I b 1-01 -01  Travel 

- Travel  location  changed  from  LA  to  Wash,  DC. 
P.  29  Subtask#! 

I [01-01-54  Subtask#!:  I ~| 

- Hours  reduced  fronj  hs  follows: 


P.31  Subtask  #9 

I I Ol-0 1-54  Subtask  #9: | | Support 

- Subtask  # 9 deleted:  Hours  reduced  from  [j 

P.37 

l.|  [01-01-07  Subtask#!:  MMS  Labor 

Based  on  revised  CML  (provided’)  hours  re 

allocated  as  tbllows:  ' 

Managed  ~l 

Administration  I ^ 

Clerical|  \~ 

2.1  jo  1-0 1-08  Products  (Added) 

- Added  Produces  Table  and  Pricing 


JO  1-02-07  [ 
Deleted 


ALL  IMFORlttTIOK  COirTAIHEI) 

HEFSIlJ  IS  OTCLASSIFIEIi 

DATE  10-20-2012  BY  65179  DHIi/STCJ 


From; 

Sent: 

To: 

Cc: 

Subject: 


Friday,  September  10. 2010  2:23  PM 


RE:  Updated  Cost  Proposals:[ 


I'm  fine  with  the  revisions  submitted  by  I 1 I would  like  to  start  the  | 

with  the  award  of  the  task.  We  will  have  to  incrementally  fund  that  project. 


From: 


Sent;  Friday,  September  10,  2010  10:04  AM 
To:  I I 


From:  1“ 
Sent;  V 


Cc: 

Sub; 


ect:  Updated  Cost  i>roposals : |_ 


I” 


Subject:  FW:  Updated  Cost  Proposals : | I 

Hii  n 

Please  review  and  evaluate  the  attached  documents  for | | Let  me  know  if  you  have  any 

questions,  comments,  or  poncerns.  I hope  to  finalize  and  award  the  Task  Order  on  Tuesday 
of  next 'Week  and  will  need  your  final  reviews  and  any  information  you  want  incorporated 
into  the  contract  by  that  time. 

Please  let  me  know  if  you  have  any  questions. 

Thanks  again. 
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Here  is  the  remaining  proposal  update  documents  to  go  along  with  the  items  faxed  earlier 
today.  I 


^ FF_Response , pdf » 


«Rfifir|onses  tol  | gfoposal  Questions  - Final. pdf » 

' Jsura 


Summaries^ 


_._j , - T [Meeting  Action  Items  - 

idf>>  <J  ISummarv  Price  Update_Sep  10. pdf » | | Price 


]_Sepio.pdf» 


Pricing  Summary  Changes. pdf»  [ "^Updates  Sept  10. pdf » 

Summary  Price  Update  Sept.  10.pdf»  •]  | Price  Summariesj  |_9-9-10 .pdf» 


ALL  IHFOEmTTOH  D'JtlTAIHED 

HEREIN  IS  UNCLASSIFIED 

DATE  10-20-2012  BY  65179  DEH/3TB^ 

U.S.  Department  of  Justice 


Federal  Bureau  of  Investigation 


Washington,  DC  20535 


Subject:  . 


Good  Aftemoon[  | 


System  Test  Plan  Acceptance 


Please  accept  this  letter  as  the  Federal 


System  Test  Plan 


Idated  April  15, 2011. 


official  acceptance  of  the[] 


If  there  are  any  questions  please  do  not  hesitate  to  contact  my  office. 


contracting  umcer 

Science  and  Technology  Contracts  Unit 


bS 
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TRANSMISSION  VERIFICATION  REPORT 


DATE, TIME 

FAX  NO. /NAME 

DURATION 

PAQE(S) 

RESULT 

MODE 


06/09/2011  10:27 


ALL  IKTFOKHATIOH  COHTAIHID 

HEREIN, IS  IWCLASSIFIED 

DATE  10-20-2012  BY  65179  DHH/STW 


U.S.  Department  of  Justice 


Federal.  Bureau  of  Investigation 
Washington,  DC  20535 


Good  AftemoonT  I 

Please  accept  this  letter  as  the  Federal  Bureau  of  Investigation’s  official  acceptance  of  the^ 

System  Test  Plan  documentation  Revisionl  [dated  April  15, 201 1.  I 1 

If  there  are  any  questions  please  do  not  hesitate  to  contact  my  office. 


ALL  IHFORHATIOK  COirTAIHED 

HEEEIH  IS  OTCLASSIFIED 

DATE  10-20-2012  BY  65179  DHH/STM 

U.S.  Department  of  Justice 


Federal  Bureau  of  Investigation 


Washington,  DC  20535 


7 June  2011 
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Contract:  | 

Subject:  Responses  to[ 


Good  Afternoon  I I 


Please  accept  this  letter  as  the  Federal  Bureau  of  Investigation’s  official  acceptance  of  the 
following  documents  provided  via  e-mail  2 June  201 1 at  5:54PM, 


_ 

1 — 1 

Acceptance  Test  Procedure,  Revision  A,  dated  31  May  201 1 

_ 

System  Requirements,  Revision  A,  dated  23  May  2011 

1 1 

If  there  are  any  questions  please  do  not  hesitate  to  contact  my  office. 


Sinnernlv 

Contracting  Officer 


Science  and  Technology  Contracts  Unit 


E"3 
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I left  off  the  System  Test  Plan  frm  the  reviewed  and  accepted  list.  Please  add  this  deliverable  on  your  letter,  along  with  the 


System  Requirements  and  Acceptance  Test  Procedures. 


Thanks. 


Sent:  Tue  Jun  07  09:33:33  2011 

Subject:  Re:  I I Updated  Requirements  and  ATP 


Per  our  conversation,  I have  reviewed  the  documents  forwarded  by  the  below  email  and  find  them  acceptable  as 
submitted. 


Thanks. 

IZZI 


Sent:  Thu  Jun  02  17:53:09  2011 
Subject:|~  [Updated  Requirements  and  ATP 

Hi  I 

Please  find  attached  our  updated  System  Requirements  and  Acceptance  Test  Procedure.  Please  have|  [provide 
approval  of  these  documents  so  that  we  may  enter  ATP  as  scheduled  on  Monday  6'*’ June.  We  are  all  set  to  begin  with 
our  Test  Readiness  Review  at  1:00PM  on  Monday.  Look  forward  to  seeing  you  then. 


AIL  IHFOPHATIOl  COIJTAIIED 

HEBSIM  IS  IT2JCLA33IFIED 

DATE  10-20-2012  BY  65179  DHH/Snj 


MflY-18-201i  I4!i9 


AMENDMENT  OF  SOLICITATION/MODIFICATION  OF  CONTRACT  |1'C™thactidcode  J 

PAGE  OF  PAGES 
1 1 1 

2.  amenomemt/mowrcaitom  no.  ■ 
Mod  3 

9.  KFFECTiye  DATE 
05/10/11 

4.  REOUiaiTION/FUflCHASE  RSd  NO.  jS.  PROJECT 

NO.  Ilf  appiisbiel 

6.  ISSUED  BY  CODS 

y.AOMWlSTEREOBYtlfytherthaBltimSl  COPE  1 

Federal  Bureau  of  inveBbigation 
1 Room  665^ 
JJShnsylYAhia  lAVe,  WM 
Washington,  DC  2053 S 

Same  as  item  6. 

B.  NAME  AND  ADDRESS  OF  CONTRACTOR  |No„  sWif,  eOUniy.  aHa  and  ZIP  Ood»| 

J 

flA.  AMENDMENT  OF  SOLICIATION  NO. 

BB-DATIBiSEElTEMIl) 

1(tA,'MODIFlCATION  OF  COliTRAhT/OWSH  NO. 
1 

lOB.  DATED  ISEB  ITEM  11) 

CODE  IPACIUtyeODE 

• 11.  THIS  ITEM  ONLY  APPLIES  TO  AMENDMENTS  OF 

sSli 

:i¥STioNS  ' 

b7C 

b7E 


Q The  obovt  l^ulnbered  oollcitation  I?  sac  farch  In  Iw  14,  hwrand  date  ejiaalfiad  foe  r«o#<  at  Qllm  Q Is  sxtondtd.  Q la  not  oxtandsd. 

Oto  Riust  acknbwistfjja  raoelpt  of  this  ame^dmwt  pddt  «>  the  hour  end  date  ep#clfl«d  In  the  eolldtatlon  or  bs  mlhded.  by  one  of  the  fol|ov<4n9  inodioda: 

(»)%  oortipisdng  Itema  8 and  1 S,  end  raiurning  . Boplee  of  the  emendmantf  |l>)  By  eolmewledfilftfl  raaelpt  of  into  Bmtndmeni  on  peeh  eopy  of  the  ofhr  aubmltied; 
or  (e)  By  separata  lettorpr  telMram  whtoh  Inoludas  a roforanee  to  the  aolloltetlon  and  Bmendment  nuK^era.  FAILURE  OF  YOUR  ACKNOWLEDGMENT  TO  BE  RBCEIVEO  AT  THE 
PLACE  DESIGNATED  FOR  THrAECBPT  OF  OFFERS  PRIOR  TO  THEltDUR  AND  DATE  SPECIFIED  MAY  RESULT  IN  REJECTIDM  OF  YOUR  OFFER.  If  by  virtue  of  1hl»  WAandment 
your  deatrs  to  ohanse  an  offer  already  aubmltted,  such  oheiifie  may  be  made  by  talagnm  or  latter,  provided  each  tatosnm  er  latter  maUes  fafaranee  to  tha  sollcitadbn  «nd  ihto 
amendmant  and  to  rocalvea  prior  u tna  openlns  hour  and  data  apaelflad. 

TTAScoTIfiTitS^Ho  AiiCTHATloN  bATA'tif  roRuiradi 


13.  THIS  ITEM  ONLY  APPLIES  TO  MODIFICATION  OF  CONTRACTS/ORDERS. 
IT  MODIFIES  THE  CONTRACT/ORDER  NO.  AS  DESCRIBED  IN  ITEM  14. 


CHECK  ONE  1 

A.  YhIS  change  order  is  issued  PljRStiXlyT  TO;  ISpMify  authority)  THE  CHAi<I6eS  SET  FORTH  IN  ITEM  ARE  MADE  IN  THE  CONTRACV  dRb§A 
N0.IN1TEM10A. 

B.  THE  ABOVE  NUMSERED  CONTRACT/OROBR  IS  MODIFIED  TO  REFLECT  THE  ADMINISTRATIVE  CHANGES  (lut*  as  shoftafS  l«  piythfl  ofiao, 
ippfepriatip ft  d«!a,  ola.)  SET  FORTH  IN  ITEM  14,  PURSUANT  TO  THE  ACTHOPirY  OF  FAR  43. 1 03(b). 

0.  THIS  SUpPLEIWENTAL  AGREEMENT  IS  ENTERED  INTO  PURSUANT  TO  AUTHORITY  OF:  ' 

D.  OTHER  (Specify  type  of  medlfluitlen  and  autharity) 

K 

1 FAR  32,7  "Funding" 

E,  IMPORTANT:  Contractor  Q I?  not,  Is  required  to  sIqh  this  document  and  return  ^ copies  to  the  Issoinfl  office. 


"lA.  CESCRlnioN  OF  AMENCMENT/MCoiFIcAtlwJ  lorgaplzei  by  UCF  aaotlon  haadlngt,  indvdinaaollBttiilonroDntnDt  aubjaot  mener  wnera  foailble.l 


The  purpose  of  this  modification  is  bo  provide  the  final  inci-ement  of  funding  frer  continued 
enainaBring  earviaeB  in  tha  amount  of I Iner  the  originally  agreed  I [Task  Order 

total  of I I An  additional!  1 00  ia  nrovldad  to  aontribute  towards  contraet  close 

out.  Servloes  are  to  oe  performed  lj|_i£aasiiaia  with  the  SOW  and  Terms  & Conditions  of  the 
Teak  Order  and  | [Contract . I Irepresents  tha  previous  PO  for  this  effort  with 

FYIO  funding.  PDP:  b/lH/Il-a/lS/ll , Teohnical  guidance  is  to  come  from  COTE,|  | 

•- invoice  to  COTR,  Coiiitreotor  exceeds  funding  at  own  risk,  ' ■ 
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ixBBpt  18  provided  haralPi  all  totniaantfeBridMaMotihfl  docuniBiutaftrangmi  hiwm  flAer  lOAai  harawfera  ghai^ad,  rawalna  unahingad  and  in  fwlltorca  an J aHeai. 


r 

liO.DATCG|2‘JE3 

IfiQ,  OA'lE  SIGifto""' 

5/3//4 

/ (Slgnaturd  of  pof^orffiylHsriiAd  t6  tfign] 

\iaignatura  Of  uofttrastira  UHlaar)  “ j 

STANDARD  FORM  30  irev.  iO-S3I 
ProsB/ibod  by  QSA  FAR  (48  CFR)  B3.243 


ALL  IHFOPMATIOH  COKTAIIED 

HEEEIH  IS  UHCLASSIFIED 

DATE  10-20-2012  BY  65179  MIH/Sn 


AMENDMENT  OF  SOLICITATION/MODIFICATION  OF  CONTRACT 


Federal  Bureau  of  Investigation 
I I Room  6853 

935  Pennsylvania  Ave.  NW 
Washington,  DC  20535 


8.  NAME  AND  ADDRESS  OF  CONTRACTOR  (No.,  street,  county,  State  and  ZIP  Code) 


I (X)  ISA.  AMENDMENT  OF  SOLICIATION  NO. 


[facility  CODE  II. 

11.  THIS  ITEM  ONLY  APPLIES  TO  AMENDMENTS  OF  SOLICITATIONS” 


J The  above  numbered  solicitation  Is  amended  as 


I I Is  extendod,  Is 


or  (c)  By  separate  letter  or  telegram  which  Includes  a" reference  to  the  solicitation  and  amendment  numbers.  FAILURE  OF  YOUR  ACKNOWLEDGMENT  TO  BE  RECEIVED  AT  Tl 
PLACE  DESIGNATED  FOR  THE  RECEIPT  OF  OFFERS  PRIOR  TO  THE  HOUR  AND  DATE  SPECIHED  MAY  RESULT  IN  REJECTION  OF  YOUR  OFFER.  If  by  virtue  of  this  amendm 
your  desire  to  change  an  offer  already  submitted,  such  change  may  be  made  by  telegram  or  letter,  proyided  each  telegram  or  letter  makes  reference  to  the  solicitation  and  this 
amendment,  and  is  received  prior  to  the  opening  hour  and  date  specified. 

ia.  ACCOUNTING  AND  APPROPIRATION  DATA  (If  required) 


B.  THE  ABOVE  NUMBERED  CONTRACT/ORDER  IS  MODIFIED  TO  REFLECT  THE  ADMINISTRATIVE  CHANGES  (sui 
appropriation  date,  etc.)  SET  FORTH  IN  ITEM  14,  PURSUANT  TO  THE  AUTHORITY  OF  FAR  43.103(b). 

“ C.  THIS  SUPPLEMENTAL  AGREEMENT  IS  ENTERED  INTO  PURSUANT  TO  AUTHORITY  Of=: 


ID.  OTHER  (Specify  type  of  modification  and  authority) 

FAR  43.103(b)  Unilateral  - Administrative  Change 

E.  IMPORTANT:  Contractor  not,  Q is  required  to  sign  this  document  and  return  copies  to  the  issuing  office. 

14.  DESCRIPTION  OF  AMENDMENT/MODIFICATION  (Organized  by  UCF  section  headings,  including  sollcitetionfcontract  subject  matter  where  feaalble.) 

The  purpose  of  this  modification  is  Pr>  mnriTfv  Php  awa-rHp-d  nnh-inng  nf  the  | I task  Order.  The 
■ FBI  hereby  cancels  the  requirement  fnri  I in  the|  | Revised 

proposal  (9/8/10)  and  award  (9/14/101  documentation.  The  revised  estimated  award  total  is  now 
I ~|  (formerly  I |.  Incremental  funding  of  | ~|  provided  under  I * 

with  remaining  I 1 pending . All  other  terms  and  conditions  remain  the  same.  Contractor 

exdfee'ds  funding  at  owir'risk. 


Except  as  provided  herein,  ell  terms  and  conditions  of  the  document  referenced  In  Item  9A  or  10A,  as  heretofore  changed,  remains  unchanged  and  In  full  force  and  effect. 
1 5A.  NAME  AND  TITLE  OF  SIGNER  (Type  or  print)  1 1 6A.  NAME  AND  TITLE  OF  CONTRACTING  OFFICER  (Type  or  print) 
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AMENDMENT  OF  SOLICITATION/MODIFICATION  OF  CONTRACT 


[PAGE  OF  PAGES 


2.  AMENDMENT/MQDIFtCAITON  NO. 
Mod  3 


|3.  EFFECTIVE  DATE 

05/18/11 


14.  REQUISITION/PURCHASE  REQ.  NO. 


15.  PROJECT  NO.  (If  applicble) 


-■Ee.de.ra.] Bureau q,£.  investigation 

I I Room  6853 

935  Pennsylvania  Ave.  NW 
Washington,  DC  20535 


|7.  ADMINISTERED  BY  (If  other  than  Item  6) 

Same  as  Item  6 . 


IE  AND  ADDRESS  OF  CONTRACTOR  (No.,  street,  county.  State  and  ZIP  Code) 


ISA.  AMENDMENT  OF  SOLICIATION  NO. 


SB.  DATED  (SEE  ITEM  11) 


10A.  MODIFICATION  OF  CONTRACT/ORDER  NO. 


IIOB.  DATED  (SEE  ITEM  11) 


□ The  above  numbered  solicitation  is  amended  as  set  forth  in  Item  14.  The  hour  and  date  specified  for  receipt  of  Offers  □ isextended,  □ is  not  extended. 
Offers  must  acknovriedge  receipt  of  this  amendment  prior  to  the  hour  and  date  specified  in  die  solicitation  or  as  amended,  by  one  of  the  following  methods: 

(a)By  completing  items  8 and  15,  and  returning*,  copies  of  the  amendment;  (b)  By  acknowledging  receipt  of  this  amendment  on  each  copy  of  the  offer  submitted; 


Mram  which  includes,  a reference  to 


jrs.  FAILURE  OF  YOUR  ACKNOWLEDGMENT  TO  BE  RECEIVED  AT  THE 


PLACE  DESIGNATED  FOR  THE  RECEIPT  OF  OFFERS  PRIOR  TO  THE  HOUR  AND  DATE  SPECIFIED  MAY  RESULT  IN  REJECTION  OF  YOUR  OFFER.  If  by  virti 
j ....u  .u j_ .... ... provided  each  telegram  or  letter  makes  reference  to  the  soltaT 


12.  ACCOUNTING  AND  APPROPIRATION  DATA  (If  required) 


13.  THIS  ITEM  ONLY  APPLIES  TO  MODIFICATION  OF  CONTRACTS/ORDERS. 

IT  MODIFIES  THE  CONTRACT/ORDER  NO.  AS  DESCRIBED  IN  ITEM  14. 

CHECK  ONE  1a.  THIS  CHANGE  ORDER  IS  ISSUED  PURSUANT  TO:  (Specify  auttiority)  THE  CHANGES  SET  FORTH  IN  ITEM  .14  ARE  MADE  IN  THE  CONTRACT  ORDER 
NO.  IN  ITEM  10A. 


]C.  THIS  SUPPLEMENTAL  AGREEMENT  IS  ENTERED  INTO  PURSUANT  TO  AUTHORITY  OF: 


,D.  OTHER  (Specify  type  of  modification  ar 

FAR  32.7  "Funding" 


E.  IMPORTANT:  Contractor  □ is  not,  [3  is  required  to  sign  this  document  and  return  • 


- copies  to  the  issuing  office. 


14.  DESCRIPTION  OF  AMENDMENT/MODIFICATION  (Organized  by  UCF  section  headings,  including  solicitaUcn/contract  subject  matter  where  feasible.) 

The  purpose  of  this  modification  is  to  provide  the  final  increment  of  funding  for  continued 
engineering  services  in  the  amount  of  I I per  the  originally  agreed  f | Task  Order 

total  of  I I An  additional  | | is  provided  to  contribute  towaras  contract  close 

out.  Services  are  tobe  performed  in  accordance  with  the  SOW  and  Terms  & Conditions  of  the 
Task  Order  and  I I Contract.  | | represents  the  previous  PO  for  this  effort  with 

PY1--0  funding.  POP:  5/18/11-8/15/11.  Technical  guidance  is  to  come  from  COTR,  | [, 

Invoice  to  COTR.  Contractor  exceeds  funding  at  own  risk. 


Except  as  provided  h( 


111  terms  and  conditions  of  the  document  referenced  In  Item  9A  or  10A,  as  heretofore  changed,  remains  unchanged  and  in  full  force  and  effect. 


1 5A.  NAME  AND  TITLE  OF  SIGNER  (Type  or  print) 


|16A.  NAME  AND  TITLE  OF  CONTRACTING  OFFICER  (Type  or  print) 


3.  CONTRACTOR/OFFEROR 


(Signature  of  parson  authorize 


15C.  DATE  SIGNED- 


□ 


Contracting  Officer 

16B.  UNITED  STATES  OF  AMERICA 


(Signature  of  Contrecting  Officer) 


ALL  IHFOPmTIOH  COHTAIMID 
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Purchase  Order  Number:  | | 

Modification  # 1 

[Task  Order  undeij | 

The  purpose  of  this  modification  is  to  provide  incremental  funding  in  the  amount  ofl  Ifor 
services  under  the|  [Task  Order.  Period  of  Performance:  9/14/10-9/14/1 1 . All  technical 
guidance  to  come  fromi  | technical  leadi  T Services  to  be  performed 

in  accordance  with  the  sow  and  documents  below. 


Documentation  Incorporated: 

^ The  follo-wmg  documents  are  hereby  incorporated  into  the  SOW  for  this  Task  Order  imder|  | 

- FBI  I [Task  Order  Letter,  Statement  of  Work,  and  accompanying  documents  dated 
7/127Uh 

- I Post  and  Technical  Proposals  dated  8/9/ 1 0; 

- FBI  I Inimical  questions  and  requests  for  clarifications  e-mailed  8/24/1 0; 

■ FBIResponses  to  Conditions  and  Assumptions  e-mailed  8/25/1 0; 

^Response  to  FBI  8/24  and  8/25  documentation  dated  8/27/10; 

*•  J iRevisions  dated  9/9/10:  ^^^^^jMeeting  Action  Items  -|  | Responses  to 

I I Proposal  Questions,  an(^  [Proposal  Update  Summary  Price  Table  (8 

September  2010). 

- FBI  Revised  Responses  to  Conditions  and  Assumptions  e-rnailed  9/14/10; 

Award  Summary: 

The  FBI  the  hereby  awards  this  Task  Order  on  the  following  estimates  provided  in  I I 

I I Proposal  Update  Summary  Price  table  (8  September  2010)”  under  the  previously  agreed 
up  on  Cost-Plus  Fixed  Fee  pricing: 


The  Total  estimated  cost  of  this  Task  Order  is| 
funding  through  PQI  |in  the  amount  off 


1 The  FBI  provides  incremental 


General: 

Terms  and  conditions  are  those  in  effect  under  the  contract.  Contractor  exceeds  funding  at  own 
risk.  Invoices  to  be  sent  to|  | COTR. 


AMENDMENT  OF  SOLICITATION/MODIFICATION  OF  CONTRACT  p’ '^°'^™actidcode  page  of  pages 

2.AMENDMENT/M0DIF1CAIT0NN0.  I 

Mod  1 1 

3.  EFFECTIVE  DATE 
09/14/10 

4.  REQUISmON/PURCHASE  REQ.  NO.  p PROJECT  NO.  (If  appllchlej 

6.  ISSUED  BY  CODE  | 

1 1 Room  6853 

935  Pennsylvania  Ave.  NW 
Washington,  DC  20535 

7.  ADMINISTERED  BY  (If  other  than  item  6)  CODE  | 

Same  as  Item  6. 

■b6 

hlC 

8. 

. NAME  AND  ADDRESS  OF  CONTRACTOR  (No.,  street,  county.  State  and  ZIP  Code) 

(X) 

9A.  AMENDMENT  OF  SOLICIATION  NO. 

9B.  DATED  (SEE  ITEM  11)  ^3 

— 

■ b7E 

10A.  MODIFICATION  OF  CONTRACT/ORDER  NO. 

K 

1 .. 

nuu.  UAIbU ISbbllkM'll) 

09/14/10 

CODE  IfACILITY  CODE 

11.  THIS  ITEM  ONLY  APPLIES  TO  AMENDMENTS  OF 

SOLI 

CITATIONS 

□ Tha  above  numbered  solicitation  is  amended  as  set  forth  in  Item  14.  The  hour  and  date  specified  for  receipt  of  Offers  EZl  is  extended,  O is  no*  extended. 
Offers  must  ecknowiedge  receipt  of  this  amendment  prior  to  the  hour  and  date  specified  in  the  solicitation  or  as  amended,  by  one  of  the  following  methods; 

(a)By  completing  items  8 and  1 S,  and  returning  1^  copies  of  the  amendment!  (b)  By  acknowledging  receipt  of  this  amendment  on  each  copy  of  the  offer  submitted; 

or  fc)  By  separate  letter  or  telegram  which  inoludes.a  reference  to  the  solicitation  and  amendment  numbers.  FAILURE  OF  YOUR  ACKNOWLEDGMENT  TO  BE  RECEIVED  AT  THE 
PLACE  DESIGNATED  FOR  THE  RECEIPT  OF  OFFERS  PRIOR  TO  THE  HOUR  AND  DATE  SPECIFIED  MAY  RESULT  IN  REJECTION  OF  YOUR  OFFER.  If  by  virtue  of  this  amendment 
your  desire  to  change  an  offer  already  submitted,  such  change  may  be  made  by  telegram  or  letter,  provided  each  telegram  or  letter  makes  reference  to  the  solicitation  end  this 
amendment,  and  Is  received  prior  to  the  opening  hour  and  data  specified. 

12.  ACCOUNTING  AND  APPROPIRATION  DATA  (If  required! 


13.  THIS  ITEM  ONLY  APPLIES  TO  MODIFICATION  OF  CONTRACTS/ORDERS. 
IT  MODIFIES  THE  CONTRACT/ORDER  NO.  AS  DESCRIBED  IN  ITEM  14. 


CHECK  ONE 

A.  THIS  CHANGE  ORDER  IS  ISSUED  PURSUANT  TO:  (Specify  authority)  THE  CHANGES  SET  FORTH  IN  ITEM  14  ARE  MADE  IN  THE  CONTRACT  ORDER 
NO.  IN  ITEM  10A. 

B.  THE  ABOVE  NUMBERED  CONTRACT/ORDER  IS  MODIFIED  TO  REFLECT  THE  ADMINISTRATIVE  CHANGES  (such  as  changes  in  paying  oflice, 
appropriation  date,  etc.)  SET  FORTH  IN  ITEM  14,  PURSUANT  TO  THE  AUTHORITY  OF  FAR  43.1 03(b). 

C.  THIS  SUPPLEMENTAL  AGREEMENT  IS  ENTERED  INTO  PURSUANT  TO  AUTHORITY  OF: 

D,  OTHER  (Specify  type  of  modification  and  authority) 

‘ K 

PAR  32.7  Funding 

E.  IMPORTANT:  Contractor  □ is  not,  Is  required  to  sign  this  document  and  return  i copies  to  the  issuing  office. 


14.  DESCRIPTION  OF  AMENDMENT/MODIFICATION  (Organized  by  UCF  section  headings.  Including  solicitation/contract  subject  matter  where  feasible.) 

See  attached  page  for  details . 


Except  as  provided  herein,  all  terms  and  conditions  of  the  document  referenced  In  Item  9A  or  1 0A,  as  heretofore  changed,  remains  unchanged  and  In  full  force  and  effect. 


1 5A.  NAME  AND  TITLE  OF  SIGNER  (Type  or  print) 

16A.  NAME  AND  TITLE  OF  CONTRACTING  OFFICER  (Type  or  print) 

1 ~l 

b6 

b7C 

15B.  CONTRACTOR/OFFEROR 

150.  DATE  SIGNED 

16B.  UNITED  STATES  OF  AMERICA 

16C.  DATE  SIGNED 

(Signature  of  parson  authorized  to  sign) 

(Signature  of  Contracting  Officer) 

NSN  7540-01-152-8070 
Previous  edition  unusable 
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Purchase  Order  NumberrH  I 

Modification  # 1 i 

I [Task  Order  undej | 


The  purpose  of  this  modii^ation  is  to  provide  incremental  fimding  in  the  amount  oj  ~lfor 

services  imder  the|  [Task  Order.  Period  of  Performance:  9/14/1 0-9/1 4/11.  All  technical 
guidance  to  come  flromi  I technical  lead|  | Services  to  be  performed 

in  accordance  with  the  sow  and  documents  below. 

^ The  fnllnwintj  documents  are  hereby  incorporated  into  the  SOW  for  this  Task  Order  underl  | 

^ FBI|  iTask  Order  Letter,  Statement  of  Work,  and  accompanying  documents  dated 
7/12/10: 


[Cost  and  Technical  Proposals  dated  8/9/10; 

] [teclmical  questions  and  requests  for  clarifications  e-mailed  8/24/10; 


- FBI] 

- FBI  Responses  to  Conditions  and  Assumptions  e-mailed  8/25/10; 

' Response  to  FBI  8/24  and  8/25  documentation  dated  S/27/10: 

Revisions  dated  9/9/10: 

_ Proposal  Questions, 


!/24  and  8/25  documentation  dated  8/27/10; 

'9/1  Oi  I Meeting  Action  Items  -|  | Responses  t 

is,  anq  [Proposal  Update  Summary  Price  Table  (8 


September  2010). 

FBI  Revised  Responses  to  Conditions  and  Assumptions  e-mailed  9/14/10; 


Terms  and  conditions  are  those  in  effect  under  the  contract.  Contractor  exceeds  funding  at  own 
risk.  Invoices  to  be  sent  td  I COTR. 


:b3 

h4 

he 

hic 

hlE 


h3 

b7E 


:b6 

b7C 


Page  1 of  1 


HI  I I 


I m attaching  the  revised  responses  to  Conditions  & Assumptions  forj  |-  incorporating  the  updates  we  made 
together  on  8/31/10.  The  handful  of  updates  are  in  Blue  colored  text.  I should  have  the  award  documentation  to 
you  for| I in  the  next  few  hours. 

Regarding  your  response  to  my|  [e-mail  yesterday  - 1 don’t  understand  your  response.  Should  I 

anticipate  a revised  quote  for  pricing  tor  these  units  so  I can  incorporate  into  the  contract? 


Contracting  Officer 


Federal  Bureau  of  Investioation 

m 

(F)1 


b3 

b6 

BTC 


b7E 


9/14/2010 


ALL  IHFOPHATIOff  CulJTAIMED 
HERE  III  IS  IWCLASSIFIED 
DATE  10-20-2012  BY  65179  MSPL 


Responses  to  Conditions  and  Assumptions  pages  11-13. 


Please  note  that  all  terms  and  conditions  for  thel  [Contract  are  in  affect  and 

negotiated  and  agreed  upon  per  signatures  on  9/1 5/09.  The  following  conditions  and  assumptions 
were  provided  in  the|  [proposal: 


1.  The  basis  for  this  proposal  is  the  Base  IDIQ  Contract  No.  \ \and  associated  documents;  the 

Sponsor ’s  RFP  dated  12  July  2010  and  accompanying  documents. 


- The  FBI  concurs.  '' 


2.  Proposed  pricing  and  schedule  assume  full  funding  at  award.  Should  incremental  funding  be 
required,  the  Contractor  will  provide  a funding  profile  at  negotiations  and  provide  funding 
limitations  notices  per  FAR  52.232-22  Limitation  of funds,  to  ensure  funding  is  provided  in  a timely 
fashion  to  support  the  proposed  schedule. 

- The  FBI  intends  to  incrementally  fund  this  tasking.  See  original  RFP  clause  included  in 
Section  I. ^ ^ 


5.  Proposed  pricing  assumes  effort  will  be  awarded  on  a single  Task  Order/Delivery  Order  under 
which  only  one  CLIN  per  task  order.  If  multiple  CLINs  are  to  be  awarded,  Contractor  reserves  the 
right  to  update  its  proposal  to  include  additional  administrative  costs  associated  with  managing 
multiple  CLINs. 

- Number  of  CLINs  will  be  determined  at  time  of  award  and  at  no  additional  cost  to  the  FBI. 

— REVISION  PER  8/31/1 0:  The  FBI  will  work  with|  Icontracts  office  to  format  funding 

on  one  PO  line,  if  possible,  for  administrative  and  funding  ease  within)  |The  FBI 

will  also  use  “M”  PO  #s  when  possible  for  ease  of  tracking  purposes. 

4.  Proposed  prices  are  exclusive  of  international,  federal,  state,  local,  excise,  sales,  gross  receipts, 
use,  business  and  occupation  tax,  and  similar  taxes  arising  from  or  in  connection  with  the  proposal, 
and  such  taxes,  if  assessed  will  be  invoiced  by  the  Contractor  and  paid  by  the  Sponsor. 

- See  original  contract.  The  federal  government  is  tax  exempt. 

- REVISION  PER  8/31/10:  The  FBI  concurs. 


5.  Period  of  Performance  is  8 months  which  includes  7 months  for  program  execution  and  1 month  to 
perform  final  task  order  closeout  activities. 

The  FBI  accepts  this  assumption. 

52.227-14  Rights  in  Data  - General.  Ary  IP  claim  will  be  submitted  under  separate  cover. 

- The  FBI  will  review  all  claims  submitted  by  vendor  and  determine  IP  rights  on  an  individual 
basis. 

- REVISION  PER  8/31/10:  Please  refer  to  final  documentation  under  separate  cover  letter. 


7. 1 \-equests  the  Sponsor  incorporate  into  the  JDIQ  Terms  and  Conditions,  Alternate  ll  (Dec 
2007)  of  Clause  F.A.R.  52.227-14,  Rights  in  Data-  General.  This  clause  will  be  applicable  to  this  and 
subsequent  efforts. 

- The  FBI  concurs.  This  clause  is  incorporated  via  Mod  6 to|  [fully  executed 

8/23/10. 

- REVISION  PER  8/31/10:  Please  refer  to  final  documentation  under  separate  cover  letter. 

5.^ will  not  provide,  documentation,  specifications,  drawings,  source  code,  or  prototypes, 

associated  with  our  intellectual  property  (IRAD).  Assuch\  \requires  Clause  H-10  and 

Paragraph  2.6(i)  be  revis&d  or  deleted  with  respect  to\  |TR 

- See  original  contract  terms  and  conditions  agreed  upon  under  contract,  H-10  remains  as 
stated.  Negotiations  regarding  IRAD  funding  will  be  addressed  on  a case  by  case  basis. 

9.  No  estimates  have  been  included  for  providing  Contractor  team  member  working  notes  called  out 

in  Paragraph  2.60.  Note;  this  is  not  a standard practic^  |w///  assess  the  cost  and  schedule 

impact  if  this  review  _ is  required. 

- The  FBI  concurs.  If  required,  vendor  will  be  advised. 

10.  Weekly  status  reports  will  be  submitted  via  e-mail  and  shall  address  technical  problems,  risks, 
issues,  production,  technical  assessments,  and  security  items,  and  concerns  (SOW  3.3  and  3.4.1). 

- The  FBI  concurs. 

11.  This  proposal  assumes  all  customer  meetings  are  held  at  the  contractor ’s  facility. 

- The  FBI  concurs. 

12.  Formal  meeting  Agendas  will  be  sent  via  email  or  secure  fax.. 

- The  FBI  concurs. 

13.  At  customer  direction,  Monthly  Program  Reviews  may  be  held  by  telephone. 

- The  FBI  concurs. 

- 14.  Invoices  will  be  billed  by  element  of  cost,  consistent  with  the  contractors  current  invoice  format. 

No  hourly  information  will  be  on  the  invoices;  however,  this  data  can  be  incorporated  into  the 
monthly  customer  report. 

- Hourly  infomation  shall  be  required  and  can  be  incorporated  into  the  monthly  customer 
report, 

15.  Production,  Technical  Assessments,  and  Security  Reviews  (SOW  3.4.1),  when  needed;  will  be 
incorporated  into  Weekly  or  Monthly  Status  Review. 


The  FBI  concurs. 


16.  All  deliverable  data  submissions  are  considered  approved  if  no  comments  are  received  by  10 
business  days  after  submission  to  the  Customer.  Multiple  iterations  for  report  revisions  are  not 
considered  in  this  proposal  estimate. 

- See  Section  E.l  of  thj  |of  awarded  contracJ  I incorporated  into  the 

Contract,  the  FBI  retains  the  right  to  30  days  for  inspection  and  acceptance  of  submitted 
deliverables. 

1 7.  The  proposed  price  for  the  study  option  assumes  that  the  option  will  be  exercised  at  the  same 
time  as  the  base  award  in  order  for  it  to  be  completed,  with  the  base  program  period  of performance. 

- The  FBI  intends  t6'  exercise  Option  Year  1 for  the|  [Contract  in  September  20 1 0 

with  same  terms  and  conditions  as  agreed  upon  in  the  contract,  for  the  60  month  period.  If 
this  statement  does  not  address  #17.  Please  advise. 

- REVISION  PER  8/31/10:  Please  refer  to  guidance  from  Technical  Read  and  any  revisions  to 
SOW  agreed  upon  under  other  documentation. 

18.  This  proposal  assumes  \ [will  have  the  right  to  incorporate  any  results  of  this  program  into 
its  commercial  products  as  applicable. 

- I bhall  notjfy  the  FBI  of  any  results,  capabilities,  or  functionalities  related  to  this  tasking 
that  are  intended' to  be  incorporated  into  commercial  products. 

19.  This  proposal  assumes  Pictorial  System  Diatoms  (SOW  2.6)  will  be  included  in  PDR  and  CDR 
packages  and  not  separate  deliverable. 

- The  FBI  concurs. 


21  \ \has  not  included  in  its  estimate  of  cost  incurred  or  to  be  incurred  any  amount  for 

termination  liability  costs  to  which\  ]mav  be  entitled  in  the  event  of  a termination  for 

convenience  by  the  Government. 

See  Contrac|~  [for  all  terms  and  conditions  that  are  applicable  to  this  agreement. 

'22.1  burrentlv  has  a website  available  for  government  customers;  this  proposal  assumes 

this  existing  [~  |Web  Site  satisfies  the  Sponsor’s  requirement  (SOW  3.10).  If  additional 
capabilities  above  this  are  required, | [reserves  its  right  to  assess  the  impact. 


- The  FBI  concurs. 


23.  Invoicing  will  be  monthly  afterl  loeriod  end,  the  terms  of  which  would  be  100%  due  Net  30 

subject  to  the  FAR  52.232-25,  Prompt  Payment  Clause. 


- The  FBI  concurs.  See  contract  awarded 


24.  FOB  Point  is  destination. 


- The  FBI  concurs. 

25.  No  warranty  terms  are  offered. 

- Warranty  terms,  if  applicable,  will  be  in  accordance  with  the  terms  of  the  contraclj 

I Isigned  9/15/09.  ' 

26.  lA  broducts  are  required  for  this  effort  they  are  priced  at  the\  ^rice  list  value  with 

no  additional  burdens.  ^ 

- The  FBI  concurs.  However,  please  see  Cost  Proposal  page  37  and  38  and  adjust  pricing  ^3 

accordingly.  *' 

27.  The  Consolidated  Materials  Listing  (CML)  is  not  auditable  at  proposal  |w 

continuing  to  firm  material  pricing  to  provide  for  negotiations.  ' ^ 

- Please  clarify  assumption. 

REVISION  PER  8/31/10:  See  revised  cost  proposal  for  final  documentation. 


notijy  me  customer  as  necessary. 
- The  FBI  concurs. 


]w7r 


monitor  and  assess  this  during  performance  and  will 


29.  In  support  of  the  effort 
provided  to  I ' 

performed  by\ 


\who  is  the  \ \developer.  Actual  modifications  to  \ \must  be 
^ and  are  not  priced  in  this  proposal. 


The}  ] portion  of  this  tasking  has  been  deleted  from  the  SOW  and  no  services  shall  be 
required  under  this  Tasking. 


30.  This  task  is  unclassified  and  will  be  worked  in  a suitable  environment  commensurate  with  the 
security  cldssification.\  Assumes  that  no  security  clearances  or  NDA  will  be  required. 

- The  FBI  agrees  that  work  to  be  performed  under  this  tasking  are  unclassified. 

At  the|  l-FBl  meeting  on  6/24/10.  both  parties  agreed  that  all  I [employees  involved 
with  thj  Icontract  shall  sign  the  FD-868.  The  classification  level 

of  this  tasking  does  not  exempt  it  from  the  need  for  and  requirements  of  the  NDA. 


b3 

b"?"E 
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29  June  2010 


In  Reply  Please  Refer  to:| 


935  Pennsylvania  Ave.  N.W. 
JEH  Bldg  Room  6853 
Washington,  D.C.  20535  .• 


Attention: 

Subject: 

Reference: 


(aJ^Z^ZIlDIQ  Contract  No.|  | 

(b)  Program  Meeting,  23  June  20  uJ 


Dead  I 


I I through  its  | | 

f I is  submitting  the  attached  questions  regarding  thel  I t ask  Order  1 Statement  of 

Work<:s6w).  ' ' 

We  appreciate  .this  opportunity  to  provide  you  with  this  data  submittal  and  look  forward  to  your 
answers/clarifications.  For  technical  questions  please  contact^  |at|  | 

I;  or  contact  the'  undersigned  ^ | 

Please  copy  | I 


Enclosures: 


Task  Order  1 Questions 


Regarding  Section  “1.3.1  Key  Areas”  of  the|  I SOW,  the  items  are  listed  as  “examples”  of  what 
should  be  done  on  the  Task.  In  order  to  properly  bid  these  activities,  we  are  making  the  following 
assumptions.  The  contractor  requests  that  you  review  these  assumptions,  verify  their  accuracy  and 
provide  more  clarification  where  necessary. 


1)  We  assume  that  the  items  listed  in  Sections  1.3.  la  and  1.3.1b  are  the  complete  list  of  the  activities 
^ that  neer^  to  be  completed  before  fielding  the|  [system  to  the|  | 

I [please  confirm.  ^ 

a.  If  not,  what  are  the  additional  requirements? 


2)  In  1.3.Ib,  we  assume  that  the 


J bullet  refers  to  the 


I [would  be  improved  to  reduce  the  occurrences  of  this. 

Please  confirm. 

a. — If  not,  please  clarify. 

3)  In  1 .3.1b,  pleas^  include  in  the  SOW  the  complete  list  of  the  [ "[types  and 

their  definitions.  For  reference,  the  table  below  is  the  list  of  the  types  fi'om  earlier  discussions 
with  the  sponsor,  along  with  specific  assumptions  that  need  to  be  verified.  For  each  row,  the 
Current  Restriction  column  indicates  what  the  legal  guidelines  were  at  the  time,  and  the  Sponsor 


Proposed  Restrictions  column  indicates  what  the  proposed  new  legal  guidelines  were  moving 
toward.  [ [Task  Order  1 would  implement  the  Sponsor  Proposed  Restrictions  column  given 
clarification  of  our  Assumptions. 


2 


4)  We  assume  that  the  investigation  efforts  listed  in  Section  1 .3. 1 c are  not  required  to  be  completed, 

developed,  and  implemented  as  part  of  the  | | release  tliat  will  be  sent  to  the  | 

I jPlease  confirm. 

5)  What  are  the  priorities  of  the  investigation  efforts  in  Section  1.3.1c? 

6)  We  assume  that  the  expected  output  of  the  investigation  efforts  in  Section  1.3.1c  will  be  a report, 
protofype,  or  demonstration.  Please  confirm. 

7)  We  assume  that  the|  | Requirements”  listed  in  Section  1.3. Id  are  not  required  to  be 

completed,  developed,  and  implemented  as  part  of  the|  | release  that  Avill  be  sent  to  the 

I I Please  confirm. 

8)  What  is  the  priority  of  the  | |Requirements»  in  Section  1.3. Id,  and  what  are  their 

priorities  in  relation  to  the  investigation  efforts  listed  in  Section  1.3.1c? 
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10  June  2011  In  Reply  Please  Refer  to : | | 

935  Pennsylvania  Ave.  N.W. 

JEH  Bldg  Room  6853 
Washington,  D.C.  20535 


Attention:  I I Contracting  OflScer 


Subject:  | ~|lPIQ  -|  | Final  Deliverables 

Reference:  fal  IlDIO  Contract  Nof  | 

(b)  Purchase  Order:]  |TasFl3 


b6 
b7C 
b'TE 


Dear[ 


Attached  please  find  the  items  listed  below: 


Two  unclassified  CDs  containing: 


^Operations  Manual  Rev 


Two  unclassified  CDs  containing: 


1. 

System  Diagram 

2. 

Monthly  Status  Review  (MSR)  slides  16  November  2010 

3. 

Monthly  Status  Review  (MSR)  slides  26  January  2011  b 3 

4. 

Test  Readiness  Review  (TRR)  slides  (including|  jFinal  Demonstration  e 

5. 

Slides) 

IPinal  Contract  Heview  (FCR)  Slides 

6. 

7. 

IS  vstem  Requirements  PftvRI  1 

Operations  Manual  Rev  -1  1 

8. 

L 

S vstem  T est  Flan  Rev  -1  1 

9. 

Acceptance  Test  Procedure  (ATP)  Rev  A | I 

10, 

Study  Report  slides 

11, 

Tech  Memo- 001 -1  I 

12, 

Tech  Memo  - 002  - Final  Technical  Summary  Report 
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UNCLASSIFIED 

STATEMENT  OF  WORK 


Program 


Task  Order  1 

1 SCOPE 

b7E 


ALL  IHFOEHATIOH  CDHTAllIlD 
mEEin  IS  UIJCLISSIFIED 

DATE  10-23-2012  BY  65179  Dlffl/BTl 


1.1  Task  Overview 

This  Task  Order  requires  Itiat  the  Contractor  provide  engineering  services  and 
operational  support  to  the  I [through 

studies,  enhancements,  and  operatiotial  support  to  the|  [ 


The  FBI  is  the’principal  investigative  arm  of  the  United  States  Department  of 
Justice.  It  is  charged  with  gathering  and  reporting  facts,  locating  witnesses,  and 
obtaining  evidence  in  cases  involving  Federal  jurisdiction.  The  mission  of  the 
FBI's  Operational  Technology  Division  is  to  provide  forensic  services  to  the  FBI 
and  other  law  enforcement  agencies  and  to  support  their  ability  to  conduct 
la\Arfully  authorized  electronic  surveillance.  To  that  end,  the  Operational 
Technology  Division  is  engaged  in  a number  of  development  projects  and 
activities  that  focus  on  developing  the  forensic,  collection,  surveillance,  and 
tactical  nnmmijnications  capabilities  required  for  law  enforcement  to  accomplish 
it?  Qbjectives.  ] . _ — ] 


UNCLASSIFIED 

1 




b7E 


UNCLASSIFIED 


1.2  Deliverables 

• Project  Management  Plan  (See  Section  2.2) 

• Weekly  Status  Report  (See  Section  2.3) 

• Monthly  Program  Review  (See  Section  2.3) 

• System  Testing  Plan  (See  Section  2.2) 

• System  Demonstration  at  contractor  facility 

• Final  Summary  Report  (See  Section  2.2) 


1.3  Category  of  Efforts 

The  FBI  currently  owns  r 


Ithat  have  been  used  by|  f 
I in  support  of  Fl 


investigations.  I I is  also  a user  of  thel 

but  different  operational  goals  thani  I This  scop 

categories  of  effort:  I 


in  support  of  FBI 

Ifor  similar  usage 
of  work  defines  three 


1.3.1  Key  Areas 


UNCLASSIFIED 


I pees  a number  of  longer  term  issues  that 

require  attention, I , . . I 

I [in  order  to  be  mitigating  the  risks  associated 

with  I [would  require  the  vendor  to  perform  studies 

that  will  help  guide  future  efforts.  Examples  of  such  studies  are  listed 
below,  however  this  list  is  not  fully  inclusive  of  items  that  may  become 
necessary  during  the  course  of  this  task: 


operational  use 


Requirements  -|  | has  requirements  specific  to  their 

jse  of!  I This  would  perhaps  make  a|  |or 


but  are  not  limited  to: 


] Examples  of  these  requirements  Include, 


2 Requirements 


2.1  Security  Standards  and  Regulations 

Refer  to|  | Statement  of  Work  section  2.3  for  guidance. 

SECURITY  STATEMENT:  This  program,  ail  documentation,  ail  associations,  all  stated  and 
implied  requirements  and  all  personnel  must  adhere  to  and  meet  security  requirements.  Any 
breech  of  security  will  result  in  immediate  termination  of  the  program  and  possible 
repercussionsf'both  contractual  and  criminal.  All  dissemination  of  the  program  and  contract 
information  must  be  approved  in  writing  by  the  COTR,  to  include,  but  not  limited  to, 
partners,  technical  and  contract  information  and  personnel.  The  contractor  shall  set  up 
procedures  to  insulate  the  program  procurement  or  parts  and  protection  of  program 
information  as  agreed  upon  by  the  COTR. 


2.2  Contractor  Furnished  Documentation 


UNCLASSIFIED 


UNCLASSIFIED 

I Statement  of  Work  sections  2.6  and  3.2  for 


Refer  to  | | Statement  of  Work  sections  2.b  and  tor 

guidance. 

Project  management  plan  shall  consist  of  the  Contractor’s  proposed  solution  to 
include  the  composition  of  required  project  team,  complete  task  schedule,  and 
total  labor  and  non-labor  costs  for  fully  implementing  the  proposed  solution. 


2.3  Status  Reporting 


2.4  Formal  Meetings 


Statement  of  Work  Section  3.3  for  guidance 


Istatement  of  Work  Section  3.4  for  guidance 


2.5  Government  Points  of  Contact 


FBI  Contracting  Officer’s  Technical  Representative 


Federal  Bureau  of  Investigation 
Engineering  Research  Facility 
Building  27958A 


I [Technicar  Representative 


UNCLASSIFIED 


14  June  2011 

935  Pennsylvania  Ave.  N.W. 
JEH  Bldg  Room  6853 
Washington,  D.C.  20535 


In  Reply  Please  Refer  to:|^ 


^ Contracting  Officer 


Subject:  HI 


(aC 


□ iDIQ  -|  |ECP 

JlDIQCQntractNpI 


(b)  Purchase  Order:  | 


Task  15 

[er_5-23-ll.pdf 


Attached:  | |ECP 

Pearl  | 

Please  find  as  the  attached,  our  proposal  in  response  to  this  request.  Please  note  that  this  offer  is 
to  produce  a|  ~[and  is  valid  if  awarded  by  21  June  so  as  to  not 

impact  the  pendingj  | deliveries. 


For  technical  questions  please  contact  |~ 

I or  contact  the  undersigned  at|^ 

Very  truly  yours. 


b3 

B""5 

b7C 
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AIL  IHFOPmTIOSI  COirrAIIlD 

HEBIIH  IS  ITMCLASSIFIEL 

DATE  10-20-2012  BY  65179  DHH/ST¥ 


AMENDMENT  OF  SOLICITATION/MODIFFCATION  OF  CONTRACT 


rEFFKtWECATE 

Aug  3,  2011 


14.  REQUlSITtON/PURCHASE  REQ.  NO. 


, project  Ntt  WappmET~ 


6.  ISSUED  BY  CODE 

Federal  Bureau  of  Investigation 
I 1 Room  6853 

935  Pennsylvania  Ave.  NM 
Washington,  DC  20535 


.ADMINISTERED  BY  (lfotherthmltem6} 


Same  as  Item  6 . 


8.  I^AMe  Arib  Address  of  CONIRAaOR  (Ho^  street,  county,  State  andlll^  Codej ' ' 


19A  AwlERlbMEWT  6E  S0LI(:iAtl0(<  ko. 


'1 1 . THIS  IT^ 6NLV  APPLIES  TO  AMENDMENTS  OF'SaUClf  ATRS'NS 


d 


9B.  DATED  USEITEMU) 


iQ/cTTOgingATiON  6f  cONIffiAgUoftPER  NO. 


|l'0tf"DATEb  (SBBITEM13) 

05/18/2011 


n Ihe  above  numbered  solicitation  is  amended  as  set  forth  in  Item  14.  The  hour  and  date  specified  for  receipt  of  Offers 


is  extended,  Is  not  extended. 


Offers  must  acknowledge  receipt  of  this  amendment  prior  to  the  hour  and  date  specified  In  the  solicitation  or  as  amended,  by  one  of  the  following  methods; 

(a)By  compleUng  Items  8 and  15,  and  returning  copies  of  the  amendment;  (bj  By  acknowledging  receipt  of  this  amendment  on  each  copy  of  the  offer  submitted; 

or  (c)  By  separate  tetter  or  telegram  which  Includes  a reference  to  the  solicitation  and  amendment  numbers.  FAILURE  OF  YOUR  ACKNOmEOGMENTTO  BE  RECEIVED  ATTHE  PLACE 
DESIGNATED  FOR  THE  RECEIPT  OF  OFFERS  PRIOR  TO  THE  HOUR  AND  DATE  SPECIFIED  MAY  RESULT  IN  REJEOTON  OF  YOUR  OFFER.  If  by  virtue  of  this  amendment  your  desire  to  change  an  offer 
ameniMenpanclI's^recelvey^^^^  IraufanS  makes  reference  to  the  solicitation  and  this 

12.  accounting'  And  APPROPIRATION  PATA  (Itrequired)  : ^ 


13.  THIS  ITEM  ONLY  APPLIES  TO  MODIFICATION  OF  CONTRACTS/ORDERS. 
IT  MODIFIES  THE  CONTRACT/ORDER  NO.  AS  DESCRIBED  IN  ITEM  14. 

CHECK  ONE  j 

NO.IN1TEM10A. 

n 

n 

B.  THE  ABOVE  NUMBERED  CONTRACT/OROIR  IS  MODIFIED  TO  REFLECTTHE  ADMINiSTOATiVE  CHANGES  (such  as  changes  InpaylngafRce, 

appropriation  date,  etc  ) SET  FORTH  IN  ITEM  14,  PURSUANTTO  THE  AUTHORITY  OF  FAR  43.1 03(b). 

n 

C.  THIS  SUI’PLEMENIaL  agreement  is  feNTERED  INTO  PURSUANT  TO  AUTHORITY 

.j. 

D.  OTHER  ispeelly  type  oi  modification  and  authority) 
FAR  43.103  "Unilateral” 

E,  IMPORTANT:  Contractor  ^ is  not,  PI  is  required  to  sign  this  document  and  return  copies  to  the  Issuing  office. 


Mi'bESbfllAtlbN  <Jf'AMIhbNiNt/M6blHCATlON  ( tSgon&S  by  VCF  section  hec 


The  purpose  of  this  modification  is  to  officially  incorporate  the  finalized  cost  documentation 
for  thel  I ECP  dated  6/28/11  and  e-mailed  to  CO  7/7/2011.  This  document  estimates  the | | b 

I I to  cost  I I No  other  changes  are  made  to  this  .-Tasking  or  ECP.-  b 


Except  as  provided  herein,  all  terms  andcondittons  of  the  document  referenced  In  Item  9A  or  lOA,  as  heretofore  changed,  remains  unchanged  and  In  full  force  and  effect. 
TsA.'NAMrA(lTriT[lW'5« meSrprInt) ^ ' lisA.N'AMfjANb'TITLebFebNTftAqihlGdmeEK  meorprlnt) 


SB.  CONTRACTOR/OFFEROR 


(Signature  ofpeison  auihoriied  to  sign) 


TICDATraSfB 

SIHlVUHBUriJ 

rm: 

e 

30  (R 

[sjlv 


Prescribed  by  GS A FAR  (48  CFR)  53,243 


Fage  1 oi  1 


HEKEIIJ  IS  UITCL1.33IFIED 
DA1E  i::-2Q-3012  EY  65173  DJ 


Thursday,  March  31, 2011  4:22  PM 


Subject:  I 

Attachments^ 


A/hite  Paper 

[/V.Paper.pdf 


Please  find  attached  the  promised  white  paper  regarding  potential!  I 

Task.  We  have  included  non-budgetary  ROMs  for  these]  [and  have  estimated  them  as 

standalone  tasks  (i.e.  no  assumption  that  any  will  be  awarded  in  parallel  with  each  other  or  with  the 
existing  baseline).  Should  there  be  parallel  efforts  we  will  likely  have  economies  of  scale  from  overlaps 
in  common  elements  (PM,  QA,  CM,  etc.).  We  would  like  to  arrange  a telecon  next  week  at  your 
convenience  to  discuss  thesel  land  how  you  would  like  to  proceed  from  here. 


Have  a great  weekend. 


.3 

>6 
i7C 
■ 7E 


4/21/2011 


ALL  ISFFOPmTIOH  COJUAIliEi) 

HEEEIN  13  OTICLASSIFIEI) 

DATE  10-20-2012  BT  65179  DHH/ST 


From: 

Sent: 

To: 

Cc: 

Subject: 

Attachments: 


Monday.  Mav23.  2011  4:33  PM 


jjpequesT" 


3^ 


3tO  Letter_5-23-1 1 . pdf 


}example.png;n 

i3-11.pdf 


3 

/a 

i 

[T 

1 I 

1 |(683  B... 

png  (151  KB)... 

1 

■ffi 


Good  Afternoon  C 


Please  find  attache 

existing! j ' 

documents  for  the  [ 


□ 

,ed  a request  for  engineering  change  proposal  for  Q 


^ to  the 


Task  order  under  the | | Contract . Also  attached  are  supporting 

] Work  Statement.  Please  let  i ' ‘ 


or  any  documentation  does  not  come  through  clearly. 
Thank  you. 


know  if  you  have  any  questions 


Contracting  Officer 

Science  & Technology  Contracts  Unit 

Federal  Biireai]  of  Invest i aati  nn 

HQ:  (0) 

QT:  (0) 


fe'Te 

L-.7E 


ALL  IHFOPIIATIOII  COirrAIILEP 


U.S.  Department  of  Justice 


Federal  Bureau  of  Investigation 


Washington,  DC  20535 


I |Contrac| | 

Request  for  Engineering  Change  Proposalf 


Dear)  ~| 

Please  find  attached  the  sup] 
developed  by  the  Federal  Bureau  oi 

3!mber  of  2010  for  these  reques 
hall  be  performed  in  accordan 
engineering  change  proposals  (ECI 
and  similar  costs  were  agreed  upor 
not  anticipate  an  extensive  Cost  Pr 
minimum.  Additional  supporting  d 
I [document. 


i 


:s  of  Work  tSOWl 
id  undeij  tn 

;o  the  original  Task  for 
hnical  and  cost 
the  SOW.  Labor  rates 
, as  a result,  the  FBI  does 
' are  required  at  a 
1 in  the  SOW 


If  there  are  any  question  re  ^ 

five  (5)  business  days.  It  is  reques,  \ 

vehicle  is  appropriate,  Cost-Plus  I \ 

accordance  with  the  terms  and  coi 
sooner.  Unclassified  proposals  shall  oe  emum^u 


office  within  the  next 
1 if  the  proposed  contract 
ihould  be  submitted  in 
,2011  atUOOPMESTor 


Should  you  have  any  questions  concerning  this  matter,  please  contact  me  at  the  e-mail  address 


Contracting  Officer 


Attached:  Supplemental  Statement  of  Work  fori 


[Support  Graphics  & Examples 


Government  Furnished  Information  (GFI) 

As  part  of  this  Task  Order  enhancement  documentation  the  Government  will  provide  the 
following  information: 


The  Government  will  fumisl 


b7E 


OK...SO  they're  meeting  us  K way  on  some  of  the  Items. 

b3 
b4 
be 

...b?J3 

b7E 


They  won't  re-run  the  numbers  for  us  - so  I'll  try  to  come  up  with  a revised  copy  later  today.  Sounds  like  they'll  get  it 
undeij  "[Assuming  once  I rerun  the  #s,  the  cost  estimate  will  be  under|  [ how  would  you  like  me  to  proceed? 


b3 
b4 
be 

b'Tc 

Hi|  I 


Please  provide  an  NTE  of  approximately!  |to  get  started.  Once  we  receive  this  we  will  begin  work.  We  will  update 
the  proposal  after  we  received  the  NTE,  this  way  we  will  not  incur  any  additional  proposal  prep  costs. 


From:| 

Sent:  Wednesday,  June  22,  2011  4:29  PM 
To;l  1 

Subject:  RE:  Revised  I ECP 


Let  me  know  if  you  have  any  questions. 
Thanks, 


This  information  is  only  intended for  the  use  of the  individual  or  entity  named  in  this  email.  If  you  are  not  the  intended  recipient,  you 
are  hereby  notified  that  any  disclosure,  copying,  distribution,  or  use  of  the  contents  of  this  information  is  strictly  prohibited.  If  you 
have  received  this  email  in  error,  please  notify  me  and  delete  it  immediately. 


1 

1 

Frnnn:l 

he 

1 b7C 

1 b7E 

S6I 

f,  June  22,  2011 4:06  PM 

To: 

Sub 

f".  Wprinp<;rla| 

iisedi  |ECP 

ject;  RE:  Rev 

hQ 

Thank  you  for  taking  the  time  to  talk  with  me  this  afternoon.  Per  our  conversation  here  are  our  continued  reservations 
■ with  the  ECP: 

b3 

:b4 

be 

b7C 

^ 

Have  a good  evening. 

Contracting  Officer 

Quantico  Contracts  Unit 


HQ:  (O) 
QT:  (O) 


Froml  I 


Se 

Toi 

It:  Tuesday,  June  21,  2011 3: 

42  PM  b3 

be 

Cc: 

b7C 

Sul 

■gig; RE Revisedl lECP 

1 ■ ■ b7E 

Good  Afternoon  [ | 

Iwere  called  off  to  a meeting  so  I volunteered  to  provide  explanation  for  the  hours  given  in  the 
price  summary. 


2 


Not  knowing  anything  about  the  other]  |you  referenced,  we  can't  really 

comment  on  the  similarities  or  differerices  between  those  efforts  and  the  requested  changes  to|  | We 
can  only  tell  you  what  it  will  cost  to  change  the  I I 


We've  taken  a closer  look  at  the  hours  and  believe  they  are  a fair  estimate  of  the  work  required.  What  follows 
is  the  tasking  for  each  set  of  hours. 


I'm  in  DC  today  if  you  have  any  questions. 


hlC 

Thank  you,  • b7E 


From;l  I 


Ser 

To; 

t:  Tuesday,  June  21,  2011  1 

1:43  AM 

Cc; 

Subject;  Revisedj  |eCP 


Hi|  I 

Please  let  me  know  if  you  have  any  questions. 

Thank  you,  b3 

be 

blC 

b7E 


This  information  is  only  intended  for  the  use  of  the  individual  or  entity  named  in  this  email.  If  you  are  not  the  intended  recipient,  you 
are  hereby  notified  that  any  disclosure,  copying,  distribution,  or  use  of  the  contents  of  this  information  is  strictly  prohibited.  If you 
have  received  this  email  in  error,  please  notify  me  and  delete  it  immediately. 


-com.  JouwflL- 


DflTE  JUL-05-2011  >lok*Hof!  TIME  10:47  Hok****** 


MODE  - MEMORY  TTWNSMISSION 
FILE  m.“422 


STflRT-JUL-05  10:46  END=JUL-05  10:47 


Pfit3ES  mjRftTIDN 


ALL  IHF0F3IATI0N  COJITMllD 
HEEEIH  IS  UHCLASSIFIED 
DATE  U-2Q-2Q12  BY  65179  DHH/3Tl| 


zmmm  isl 


I I 


AMfiimMwrwsouciTA’noM/MoDipicATWNOPCorn'flAcr 


gad«r«l  BmrUnto  nt  ItiVAdtlSAbioa 
I I Saom  S85S 

ns  peiingi>ivAnia  Ava.  HW 

BO  acs?5 


Sana  bb  ILbtd  s. 


O buurM,  Q 


BMNAIIBMklHlMiaiWWOfWWPWSTOWIHWIlWBBMtSP: 


JiL 


jn 


XL 


)wr»«i>iwinBH|iwwwTOTH8»uiHfl<«woF>Mq,iMW 


AwftnetaivulliWintdM 


Pfluaa.?  «amding»i  and  43.103  "BiHattiFal* 


S.IMP0RTANA  canMUbi  Q UnKfUlrcdtoiiKn^ititfMUMinttndriVm  ' 


- eeplw»t)niiwlPSolfl«*< 


ntraBfci  1)  60K  snd  BUMoifb  4be>  s*nuiilB4  is/is/ll  bB  4>33SK(  s)  jtcp, , 

e-nedlea  fi/i4/ii  afc  s)  •"KibU  ohdin  8/23/n  at  ai43PKr  tna  4)^ 


a Bstsaa  up»n  ASAP. 


mmiytL  i 


bVC 
tsYE 


ALL  DIFOBlIATIiJlf  COHTAIIIED 

HEPEIH  IS  LilJCLASSIFIED 

MTE  10^20-3012  BY  65179  M!H/ST¥ 


BB/24/2m  13!  14  C 


AMENDMENT  OF  SOUCITAUON/MODIFICATION  OF  CONTRACT 


l1.f0NTRACr.rt5O30a 


Mod  4 
TOOTSiT- 


Cun  23 j iOXl 


HaeMnston,  do  ;2093S 


invfiatigabion 


.ADMNIST6REOBY  (iiointmminmfl  ' 


I (j^pAAMmmrohtiLmwNuu 


‘~pa 

rEMO 


a llis»ljiW9iiuitibe»s!)Mltd(atl8nl!affl(intisa«»«fcnhtolteml«t.Thtl5aui<mel<!n»ip«W?s(lfcri««l|rt«rCfr«»  QjssxitndeiJ,  [13 

OffoBmM««il(nmvledgBrKeIptofthtjaw(!iitimsm'|!ttortothBha«r«ndif»to()M<lil4<H[iWeioWtattenor«i»msmi«tlibsMjn40fth4f(>ll«wIft9raMlioti!i 
WBycewpiKinjiKmiljndIftBnilMtiJmins  _ captoafthBaiHWjimoniitWgyaftilowMntnafettlgtoftWtamsntlmcmciiBtiihcBByorthtnffiraubmltiotli 

orWiywpafilaletWrprttteflWWhYhtshltidudBJBiifefenciwaiwllefraWnjflfliimBntfiKntnutnbstiiPAILuraoyYOURflCKNOWlSDSMBHTTOBBnECHVIOAVtHBPWeM 
DESiaNATIOfORWBRKePrO^Ol'PUflSPRIOBTOWSHOURANDDATESPIQWEbMAYRWUf.TINHfliCnONOPYOUftOPFEft.  Ifbyvlrtus of (htenmsftdmsm^urdMlrelochBnBeon after 


f hH?r  Miikss  wft(Srt«  »1M  Mllciwtion  snd  ftit 


'W.ACWSWlltoANDAPreOWfSTlM® 


,V?,THI5  item  only  applies  to  MODIFICAfrb'rJ  oF  tlahlTRACTS/ORDERS. 

IT  MODIFIES  THE  CONTRACT/ORDER  NO.  AS  DESCRIBED  IN  ITEM  14. 

'"/Spkl/^msaw THa<IIIAN4i?'I!SVI'WiHiMl'll;Ml4’Mai^t3liW’ 


_Q 


u 


B.  ■P'HW«JVSNUMreniDCONTBACT70RDBRIBMODIPKOTORifUCrT«tADMINISTBft11Vi;CHANS5S 
eppuipMliiiitlamtli.  )Sn-roarniNrreMHPyRSU«n’TOTHBAUlHORHYflPFAftA3.I03|li!, 

e.  ' WtlUPKeM6WTALAgroPHmi!NVIiMdlhIbl*Lh»Ufl4ffomHojW^  ' '■ — — 


(lUsh  osehmssiln  paying  omcc, 


J2 


i.  ofHm  (iliaclljlvpia/niiximaiimfliiMIMly) 

PAR  32.7  "Funding"  and  43.103  "Bilfttesfal" 


copies  to  the  Issuing  office. 


E.IMPORTAIW:  Contractor  Q Isnot,  Is  raquired  to  sign  this  document  tntfretum  — 
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yhe  guyttoee  o£  this  modillDebloa  le  to  pif'ovids  funding  for  S.erviqes  for  tJher 
I IfasRiaa.  services  s»o  to  toa  agovided  in  sceolfdaaea  with  tha  Tariffi 

tne  contraaF,  SOM,  and  acp  aggeemenba.  pop  forrTUfi  4/lfi/n«R/Ail./3.l;  Original 

rded  through  8/30/11  for  cOhSiSbOnCly.  Pori IContgaabog  aMI 

and  doea-Eui-ai-QiaB-pifflic.  Taohnioal  guidaati^  will  doma  liroml  . 

L tte  following  dooutnanbation  is  hereby  anoorporatod  into  tho  award 

i contraoui  1)  SOM  and  support  dOOP  e*’mailed  B/ZS/IX  ab  4i33PKy  3)  BCP, , 

e-wfftiled  9/14/11  ab  BiIOPM/  3)  s-tnail  chain  e/23/ll 'at  3i43PM>  and  4)1 I 

bo  revised  and  agreed  upon  ASAP.  
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Pteswlbed  by  OSA  PAft  (4R  CFR)  6S.i!® 


RE:  RevisedI  ~|  ECP 


Page  1 of  3 


RE:  Revised  r |eCP 


Sent:  Tuesday,  June  21, 2011 3:42  PM 


Good  Afternoon  I | 

I ~lwere  called  off  to  a meeting  so  I volunteered  to  provide  explanation  for  the  hours  given 

in  the  price  summary. 

Not  knowing  anything  about  the  otheij  [you  referenced,  we  can't  really 

comment  on  the  similarities  or  differences  between  those  efforts  and  the  requested  changes  to| 

We  can  only  tell  you  what  it  will  cost  to  change  the]  ] 


WeVe  taken  a closer  look  at  the  hours  and  believe  they  are  a fair  estimate  of  the  work  required.  What 
follows  Is  the  tasking  for  each  set  of  hours. 


https://www.324mail.com/owa/?ae=Item&t=IPM.Note&id-RgAAAADeXhyFxaVHTqCf...  6/22/20 1 1 


RE:  Revised  | |ECP  Page  2 of  3 


b7C 
blE 


b7C 

b7E 


Hl[  I 

Please  let  me  know  if  you  have  any  questions. 

Thank  you, 

This  information  is  only  intended  for  the  me  of  the  indMdmt  orentity  named  in  this  email.  If you  are  not  the  intended 
recipient,  you  are  hereby  notified  that  any  disclosure,  copying,  distribution,  or  use  of  the  contents  of  this  information  is 
strictly  prohibited.  If  you  have  received  this  email  in  error,  please  notify  me  and  delete  it  immediately. 


https://wvw.324mail.com/owa/?ae=Item&^IPM,NGte&id-RgAAAADeXhyFxaVHTqCf...  6/22/2011 


Re:  Revised  | |ECP  - 6.28.1 1 


Page  1 of  7 


Re:  Revised  ECP  - 6.28.11 


Sent:  Thursday,  July  07,  2011  6:18  PM 


ALL  IHFOKKATION  COmiMD 
HEREIH  IS  n¥CLA.SSIFIEI> 

DATE  10-20-2012  BY  65179  D1 


Sent:  Thu  Jul  07  13:35:55  2011 
Subject:  FW:  Revised  | |ECP  - 6.28.11 


I I Attached  is  their  final  version.  Please  verify  your  acceptance  of  the 

document  and  let  me  know  if  you  have  any  questions.  The  PO  Is  completed  and  all  funding  allocated  against  it  so  ^ 


Contracting  Officer 
Quantico  Contracts  Unit 
Federal  Bureau  of  Investigation 
HQ:  (0)p 

QT:  (0)1 


Prom:  I 

Sent;  Thursday,  July  07,  2011  1:17  PM 
Toil 

Cc;| 

Subject;  Revised|  "|ECP  - 6.28.11 


I have  attached  the  latest  ECP  revision  that  corresponds  to  iast|  |PO. 
Please  let  me  know  if  you  need  anything  else. 


https://www.324mail.com/ovya/?ae=Item&^IPM.Note&id-RgAAAADeXhyFxaVHTqCfU...  7/8/20 1 1 


This  information  is  only  intended for  the  use  of  the  individual  or  entity  named  in  this  email.  If  you  are  not  the  intended 
recipient,  you  are  hereby  notified  that  any  disclosure,  copying,  distribution,  or  use  of  the  contents  of  this  information  is 
strictly  prohibited.  If  you  have  received  this  email  in  error,  please  notify  me  and  delete  it  immediately. 

From!  - - - ^ 

Sent:  Thursday,  July  07,  2011  9:03  AM 

To:|  1 

Subject:  RE:  Revised|  |ECP 

I 


' b6 

Thanks,  ‘ M„,c 

I 1 b7E 


Contracting  Officer 
Quantico  Contracts  Unit 
Federal  Bureau  of  Investigation 
HQ:  (01 
QT:  (0) 


From:l  I 

Sent:  Fridav.  June  24.  2011  9:37  AM 

T°=l  I 

Subject:  RE:  Revised  | | ECP 

Hil  I b3 

'"£"6 

Unfortunately  I cannot  read  the  text  on  the  attached  PO.  Please  send  a revised  copy  along  with  the  SF30  as  soon 
as  possible. 

Also,  from  what  I can  tell,  it  looks  like  there  are  two  POP  end  dates  (8/15  and  8/31/11). 

Thank  you! 

□ ■ 

From:l  I .f:? 

Sent:  Thursday,  June  23,  2011  5:16  PM  : ^ . 

Subject;  RE:  Revised  | [ECP 

Good  Afternoonf  | 

Please  find  the  attached  funding  document  forth^^  ffasking.  I will  finalize  the 


https://www.324mail.com/owa/?ae=Item&t=IPM.Note&id=RgAAAADeXhyFxaVHTqCfU...  7/8/2011 


□ the  test  covers  the  requirements  that  we  requested  in  our  SOW,  let’s  move  forward.  Thanks 


Any  update  on  the  test.  How  are  things  looking?  If  we  can  finalize  the  evaluations  in  the  next  day  or  two  I should  be  able 
to  rhake  the  award.  1 received  the  funding  document. 


Thanks, 

nn 


Thanks]  1 1 will  take  a look  at  it  and  get  back  to  you 


Sent:  Tue  May  29  12:43:02  2012 

Subject:  FW:|  [New  Task  Order  under 


Hil  I 


I tried  to  forward  this  to  you  for  your  review  a few  times  while  I was  on  travel  but  I think  I was  unsuccessful.  I apologizr!^ 
if  this  is  the  third  time  you  receive  this.'  b' 


Here's  the  test. 


From^l  I 

Sent;  Thursday,  May  17,  2012  2:26  PM 
To:  I 

Cc:| 

Subject:  RE:  | | New  Task  Order  under  I I 

Hi|  I 

We're  still  In  the  process  of  reviewing  and  evaluating  the  documentation  provided.  For  the  most  part  things  are  looking 
good;  however,  we  cannot  find  the  test  requested  in  the  TO  Letter.  Please  identify  where  we  can  find  this  item  or 
provide  for  our  review. 

Thank  vou. 

□ 

be 

■ ■■  'I ^ 1 b7C 

From;| I b7E 

Sent;  Friday,  April  27,  2012  2:1^  PM 

Subject;  RE:  I l^ew  Task  Order  under|  | 


Third  Email  with  attachments 


From:[] 


Sent:  Wednesday,  April  25,  2012  1:54  PM 

To^l  , - 

Subject: 


New  Task  Order  under 


b?€ 

b7E 


. Attached,  please  find  a Task  Order  Request  Letter  and  accompanying  SOW  for  a new  task  order  under  thej^ 


Contract.  The  FBI  requests  a technical  and  cost  proposal  in  accordance  with  the  Contract  to  obtain  the  identified 
services.  Within  the  next  5 business  days,  please  submit  any  questions  regarding  this  requirement  to  my  office,  directly. 
Proposals  are  due  by  IPIVl  on  10  May  2012.  E-mail  submission  is  preferred. 


Thank  vou  for  your  assistance. 


Lioniraciing  unicer 

Federa  Bureau  of  Investigation 

HQ:  (O 

QT:  id 


ALL  IMFOKI.IA,TIOH  COUTAIIiTE; 
HEREIN  IS  OTCLASSIFIED 
DATE  10-20-2012  BY  65179 


U.S.  Department  of  Justice 

Federal  Bureau  of  Investigation 


Washington,  DC  20535 
25  April  2012 


Subject:  Contrac]  | 

Task  Order  Letter  Request 


Dear|  | 

h3 

bo 

Please  find  enclosed  a copy  of  the  Statements  of  Work  (SOW)  for 

1 1 developed  by 

b7E  . 

the  Federal  Bureau  of  Investigation  fFBD.  This  requirement  describes  thq 

1 

I ■ ■ intends  to  award  this  requirement 

as  a new  Task  Order  under  the  existingl  I Contract  utilizing  Finn  Fixed  Price  (FFP) 


provisions.  The  FBI  is  interested  in  obtaining  a proposal  for  this  task  to  be  performed  in 
accordance  with  the  subject  Contract.  Contractor  shall  provide  technical  and  cost  proposals  to 
support  tasking  as  set  forth  in  the  Statement  of  Work.  Contractor  is  requested  to  provide  pricing 

I In  the  future,  the  FBI  may 

consider|  [to  the  Contract  price  list. 

The  award  of  this  TO  is  contingent  upon  receipt  of  funding.  If  there  are  any  question 
regarding  this  SOW  please  submit  them  to  my  office,  in  writing,  within  the  next  five  (5)  business 
days.  It  is  therefore  requested  that  your  company  review  the  enclosed  SOW  and  if  the  proposed 
contract  vehicle  is  appropriate,  a cost  and  technical  proposal  should  be  submitted  in  accordance 
with  the  terms  and  conditions  of  the  FBI's  Contract  no  later  than  10  May  2012  at  1 :00  PM  EST 
or  sooner.  Unclassified  proposals  maybe  email  to|  | 

Should  you  have  any  questions  concerning  this  matter,  please  contact  me  at|  | ^ 

.1  [response  may,J)e  faxed  to|  | . be 


Contracting  Officer 


Attached:  Statement  of  Work  for 


ALL  IHFOKEiTIOH  l’&HTAIKED 
HEFEIK  IS  TOICLASSIFIED 

DATE  10-20-2012  BY  65179  MWSTI 


oeni: 

To: 

Subject: 

Attachments: 


[New  Task  Oftter  under  F 
Jro  2_4-25-12  Letter  to  | 


Good  Afternoon|  [ 

Attached,  please  find  a Task  Order  Request  Letter  and  accompanying  SOW  for  a new  task  order  under  the|  I 

Contract.  The  FBI  requests  a technical  and  cost  proposal  in  accordance  with  the  Contract  to  obtain  the  identifled 
services.  Within  the  next  5 business  days,  please  submit  any  questions  regarding  this  requirement  to  my  office,  directly. 
Proposals  are  due  by  1PM  on  10  May  2012.  E-mail  submission  is  preferred. 

Thank  you  for  your  assistance. 


Contracting  Officer 

Federal  Bureau  of  Investlaation  . 
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'tE. A«ioUHTINaANOAbfnOFIRAMol'iiATA(lf'roo«lttl)l  ' ' — ~ , . 


13.  THIS  ITEM  ONLY  APPLIES  TO  MODIFICATION  OF  CONTRACTS/ORDERS. 

IT  MODIFIES  THE  CONTPACT/QRDER  NO.  AS  DESCRIBED  IN  ITEM  14. 

This  CKAwaFSto  is  issua>  pursuant  to!  ispicuy  todwriiyi  the^BAnoos  seI  forth  in  ir&f  f4  a«  ma56  in  the  contract  dsdir 


a THE  ABOVE  NUMBIMD  COHTBACTfOHDEHf6MOD«tlTOt«Pt.ieTTHI  ADMIKISTRATIVS  CHaMQES  lavtAneliitmt  In  piyins  otfica, 
appioprliilrm  datt,  Oltl  Elf  FORTH  IN  ITEM  14,  PURSUANT  TO  THE  AUTHORITV  OF  FAR  41.103101, 

It.  THIS  iUFFUMENTAl.AilWtMiiitT8imW£0 1^0' PUISSUArftTdAUTHORlfY'bP!  ' ' 


E.  IMPORTANT:  Contractor  Q Is  net,  0 Is  required  to  sign  this  doeument  and  return  - 


- copies  to  the  Issuing  office. 


This  mod  incorp6i‘fcc«s  the  following  1 1)  Add  I 

above  contract.  Pricing  and  BpeclCioationa  per  quote  I . . ... 

9/16/10  at  3:34PM  are  hereby  incorporated  into  the  concratt/  i!)  PUP  FBI  sacurity  Office  and 
legal  council  rerjulreroent,  all  personnel  contributing  to  efforts  under  this  conearact  thtll 
sign  the  SF-868  HDA  with  an  FBI  employee  ap  witnees,  preferably  the  COTR;  3>  The  following 
product  names  hava  been  updated  and  shall  hold  all  contractual  weight  and 

inTi  rBmifremente  as  aryreed  upor.  in  previous  dooumentation,  including 

reetrictlone 

Eietpi  u provWod  latrti,  »il  toiiia  pml  randmaru  pf  da  d»cycraptrtf«riric<Mi  lr»  W>tti  BA 


11 6A.  NAME  ANO  OP  CONTaACTiNQ  OF«C6H  {Typ*  er  print) 

r 1 

r 1 

L„  1.  ___ 

[ Contracting  Officer 

16B.  cowTHACTOWOfwnort 

1BC.  6AtEWSN£0 

ji  to,  uNiTio  slAtss  OF  AsIMbA  ' 

HO,  (>AiE  SIONEd 

(WOMtuTi  of  pytypn  tiraioiiSd  W dig  nf  ^ 

ingmnirs  of  ^oMncdna  OfftoPr) 

NSN7840.DME2-e070 
Previous  Mhson 


"This  information  is  oniy  intended  for  the  use  of  the  individual  or  entity  named  in  this  email,  if  you  are  not 
the  intended  recipient,  you  are  hereby  notified  that  any  disclosure,  copying,  distribution,  or  use  of  the 
contents  of  this  information  is  strictly  prohibited.  If  you  have  received  this  email  in  error,  please  notify  me 
and  delete  it  immediately. " 
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